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DENVER,NEW. MINT. 


/ 



Inclosure 2310 . 


treasury department 


Washington June 1,1 



IN REPLYING.QUOTE UPPER initial. 
RIGHT HAND CORNER. 



superintendent of Construction 
New Mint Building, 
Denver,Colorado. 


Sir: 


I mcxose herewith, for your information and the files 
of your office, a copy of Department letter of even date,accepting 
the proposal of S.Faith & Co.,as an addition to their contract 
for the mechanical equipment of the building in your charge, 
in amount five hundred and fifty dollars ($550.oo),for installing 
five tablets for five fan motors,as stated. 

You are hereby authorized to certify and issue vouchers on 
account of the wort, as required by the terms of the contract and 
the printed 11 Instructions to Superintendents", payment of which 


vouchers the Disburse Agent has been authorized to matce from the 
appropriation for Mint Building, Denver, Colorado. 



Respectfully, 


Acting supervising Architect. 




JSS 





«VKJi,HKY HINT. 


June 1,1903. 


S.Taith & Co,, 

- l 84f*7 Poni.eyivsmt* Avenue, 

P.\ilftAiUi yiia,Pa, 

I 

G*ntl<* an: 

In viaw of tu« AUteMnt ana r^oorawmAatlw* contained 
in latter of the 31»t ultiro, fror the Superintenant of Con¬ 
striction of tn« n*r Mint fottdlnfc, Denver,Colorado, and In ao- 

kndanoo with the apprornl or this iwrtrsnt, row proponx. 
4»t,f)A tho 16th Ultiro, «4Aro»*«it to hl!% tn arount rivo muv^rM 

,nrt fifty Aouaw (»S 50 .< 0 ), Is wtW »««*»«,•• •» * d4iaon t0 
.our contact dated Auf^t »,W0. for th. -MM ooulj.ront 

of tU e .aid bullAlnti to furnish «* f ° r “* 

nM E otor*.ln strict — .1th th. t,™ of rour Pro¬ 
posal, and to tho entire ^ - «* 

, llTlnf . wo lnrodlsta performance of th. < or,.. 

“• M .... «-.«-• » - “ 

i v “ “ "-TJ£~ - - - ■■ —• - - 

*” ' , .... ... •— “ ,rW “” 

«fW _ _«—».«- —— 

^ ar.h all rU « ° f ' „ of th. Unitoh stat.s scalnst t» 

41o«,»l f °* *• 0ry anl " . t!w faithful of tho 

■ur.tl.s on th. »on* ««— 

contract. ™ 09 lpt of this lottsr. 

r A0O 8 e Knowlo<iFrt 1 R*»i>*e tr3 ^ * 

PXaA8 A0 Unf Secretary. 


?. 

J 8 S 


J,C. P * 


pEHVSR MINT (ITEVf) 





TREASURY DEPARTMENT 


WASHINGTON June 2j 1903 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 



Superintendent of Construction 
Mint Building (new), 
Denver, Colorado. 


Sir: 


Referring to your letter of May 18 , and to the sample of 
Colorado Portland cement referred to therein, submitted for 
test, in connection with the contract of Mr. James A.McGonigle: 
for the completion of the building under your charge, you are 
advised that the same has been tested and is found to be satis¬ 
factory. 


Respectfully 



SOP 





T ^AS UR y DEPARTUENT 

0 ffic ^th e SECRETARy 

WASHINGTON June 2, 


1 

a 


1233. 


The Superintendent of Const 


ruction, 


U> S - M int Building, 

Denver, Colorado. 


Sir: 


to poo- let te r of , I „„ j ^ 

the Supervising ArohU.ct „ a „* r „ a „ ^ 

informed that one National Ensign, 4-1/4 x 8 r^t r 

0 ' * ±/* x 8 feet, for use of the 

P^klic building under vour cu«?tnrJtr v»q o -K « 

& yuur custody, has been forwarded by to-day's 

mail to your address. 

You are requested to acknowledge the receipt of same. 

Respe ctfully, 

-KtA 

Captain, NfcT.S., 

Chief of Division. 


£ 





CIRCULAR letter. 

F 


TREASUEf DEPASO?, 

Office of the Supervising Architect, 3 
Washington, D. C., June 2 , 1903. 


The Superintendent of Construct 


ion. 


Sir: 



FIRST, The point of advancement in each branch, of 
.he work at June 30th, 1903; and 

SECOND, A brief smopsis of the work acccnrolislied 
i between June 30th, “ 1902, (date of last report) and 

t r\i-y 


m 


the oeried between 
Juno" 30th, 190" 



^' Stzpdrvisinf^ 



<q,. 'feu r = rc ~l- k ~ < ' A 2 

' > ^ \ . 44-r* h ~ ^ Pv ^ 



jumwR.NEw mra 




TREASURY department 


Washington June 2, 1903. 


^replying quote upper initial, 

RIGHT 


RIGHT 



Superintendent of Construction, 


New Mint 


Denver, Colorado, 


Sir: 


I have to acknowledge the receipt of your letter of the 
25th ultimo, relative to the size of the Alberene stone for 
which you have been directed to obtain from Mr.McGonigle a 
proposal, and. you are advised that said proposal should be 
based upon using slabs 48” x 48" x 2 l/2” thick. 


Respectfully, 



HTR 




TREASURY DEPARTMENT 



WASHINGTON June 2, 1905. 


in replying quote upper initial, 
pighthand corner. 


superintendent of Construction 
Hew Hint, n » 

Denver, Colorado. 


Sir: 


This Office is In receipt of a letter from the contractor 
for the completion of the building In your charge,dated Hay 
28th, in which he desires to use Buckhorn plaster in connection 
with plastering in the building, and he states that it has 
been usect. for two years or more on the following-named build- 
ings, and you are requested to investigate the matter and re¬ 
port to this Office relative to the merits of the plaster, viz: 

New work in U.S.Post Office,Denver,Colorado. 

Superintendents off ice,Mint Building, Denver, Colorado. 

Insane Ward Building,County Hospital, " w 

Medical Ward Building, w w " " 

Bennett & Meyers Building,Denver,Colorado. 

Majestic Building ,Denver,Colorado. 


Respectfully, 


. V ^Supervising Architect. 






DE1TV ER»ITEW 7 ~r rim 


n.CLOSURE 2207. TREASURY DEPARTMENT 



WASHINGTON June 3, 1903 


RIGHT HAND CORNER 


y/?A) 


Superintendent of Construction 
New I tint Building, 

Denver, Colorado. 


Sir? 


I inclose herewith, for your information and the files 
of your office, a copy of a letter this day addressed to the 
contractor for the completion of the building in your charge, 
and the samples, mentioned therein as being approved, are for¬ 
warded you, under separate cover, being for the files of your 
office and your guidance in accepting the work. 


Respectfully, 



-£TR 




ybw 


o\ ... 


mf 



. 


r * ,TaTn ^* A. ^cGonigl*, 

V. -^f '"int Building, 

Denver, Colorado* 

Sir* 

1 have to acknow.lertc* the receipt of your letter of the 
25th ultlro and, under septet- cover, of the aattflee referred 
tc therein, submitted for approval In connection with ;cur 
contract for the comply’ on of the Nov/ ?*int building at 
Denver, Colorado, and you are adviced that the folio?/Inc, as 
rrx'.^econtod by the nannies, are approved for use in the ,/ork, 
whore required, nnd the cables forwarded to the Superintendent 
for the files of his office and his guidance in accepting the 
./ork, viz: 

2 l/Z" nosh, #16 expanded natal. 

Plato glass. 

White pine. 

#24 galvanized iron. 

And the following are rejected,vl 2 j 

Chipped plate glass,as there io too nuoh plain surface. 
Rippled glasses the ounpfcesfurnished ie ribbed. 

The copper and varnish have boon entered icr tescs ana 

upon completion your will H *•«*«• relative thereto. 

Respectfully, 


MR 


Supervising Architect* 


7 


DENVER NEW MINT. 



Inclosure 2313. TREASURY DEPARTMENT 


Washington June 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Mint Building, 

Denver,Colorado. 


Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting » 
the proposal of James A.McConigle, as an addition to his contract 
for the completion of the building in your charge, in amount 
sixty-nine dollars ($69.00), for furnishing and placing three 
registers in furred ceilings of laboratory rooms on the second 



floor, all as stated in the said letter of acceptance. 

You are hereby authorised to certify and issue vouchers on 



*n? t 


'*! Mt i 


Mr 


,Tur< ^ ,1903. 


4 • Mci;on 1 r* ! ,4 

• "‘-^nwcrth i' 

“ #Mfcnf 'ifk' 


ir: 


In n '* K ef tiia ctatwamt ... 

^Her of v M 8SA , 11T . “ p ««ear-*n<t*tion eontain* i, 

U,, or V, * °* th * Of cowtnw. 

■ 0,5 «*^ * fwr 

V 4 f \ J * V* ,> **; f%, .» « v 

* ' '*' U! **» »i*M fci.-'U'-,■;!;:* 

#69.0C), i(. hereby accepted to fumaft and put in piece 
tnj-« r*clotor* in fnxrol «eiiln fi a of Uftoreteiy «ooae or. the 
«f-:;nrt iic,-;r,in «« ? oM»n<?o with the ien-« or the Superintendent 
lot-v** to : r <ri of Av^ix 2,X9Cr>, a publics i*yigancv requiring tno 
lrr tviisfc® p*:'forTWi3o of V;v« wo?**;, wfcioft i« to &* oonaidarod 


fc* ••>;• ! * ‘ Ution to your contract, dated AUfii»t 3S,l»0* for the 


ompletion of the said building. 


it it? »uv wnd **j ; i tfaet thin r lit ion in nov to 

fnr.t, the t*w* for tm so? Motion of the vor* «> roquirod by the 

^ o? ynuv contract; that the esr.o 1 * * Unout W iliw 10 * Iiy 
, ri( , nt . of ih« Unita* etflfcaB thereunder; end without proju- 

1 :;. 0 to .nr and .U ri.nta of tn. Unit.d ttef. -e.mot th. 

’ ' , «y ecu ted for the faithfiU fuifUinent or the 

%Ufll on the oond exwwtea io<- 


traCt ’ . eeKt.o.1^ w ° f t?,la 10Uer ' 

Pieeeo « cKn0 M e«^etnair. 


Acting Secretary 


i \ 

4 » 


>'«C * 



denvernev mint. 



treasury department 


V 


Inclosure 2314. 


IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


WASHINGTON June 4,1903. I 


superintendent of Construction 
He?/ Mint Building, 

Denv er,Colorado. 

Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accepting 
the proposal of James A.McGonigle, as an addition to his contract 
for the completion of the building in your charge, in amount fifty 
dollars ($50.00), to extend down to gravel bed concrete foundations 
of two chimneys and three columns, all as stated in the said let¬ 
ter of acceptance. 

You are hereby authorized to certify and issue vouchers on 
account of this addition, as required toy the terms of the contract 
and the printed "Instructions to Superintendents", payment of 


which vouchers the Discursing Agen^ 


has been authorised to make 


from the appropriation 


for Mint Building, Denver,Colorado. 
Respectfully, 


JSS 





r^vE* m 


i .* 

j* r ’ J !* r A.«o0oni<i« 

1 ■ Lftfm n !t 


4 t i9< L 


812*: 


In vl * w 01* tha »t«ta>" 9 rt« . 

ttXiitt n , conUln * 1 in x*u«r or the « M 

wnnaiw of hmimm of u. „„ 

"* “ wur proooosl. Of u. .« 

f ***** 10 hir * in *' ' • •» (#80,cc), 1. hereby 90 - 

oo & t.}T, ae an addition to your contract dated lag*,* ss,wo» 

for the collation of the buillinp, to extend concrete founda¬ 
tion* of two ohiwtoyp near eolunn f4* and of thra new ooiunna 
Kmr ooXwm in tbaswnwnt of %h& buii&inr 'town to Emvox b^i, 
in accordance with tha tenss of tfta maperir.tendont # n letter to you 
or t,\vs l Sift uXVii o # & public axifwncy t&auirint the it-? ©.lints par- 

I ftutmnoo of V;\n worse* 

It i«* undar^tcod arid th$t tftlp addition X**- not \© 

affect the time for the oonpietion of the worst op required m the 
ter^e of rour contract; that the ««r.o to without'prejudice to any 

and all ***** Of »» [}nii9& 8t8 * eB th ' 3rtnmdar: snd wUhWt *” J *‘ 

Loo moo' to any and all mnt* of the United State* 

dice »* l0O » ^*«cutod for the faithful WlfUi®ent of 

jth* euro tie* on the bond exited 

' *' ,w **' THnoipt of thl« letter. 

Pleaea eoKnowl«0*» the H ' al ,p„ 0 tna:r. 


T. 



Acting Secretary 










June 4, 2:0.5. 


! 1 * 'V 1 " 6 A * ^cOoni/:!#, 
jTm/ Vint BuiKiiV; 

Denver, Colorado. 

Sirs 

I: ‘ VleW ° r the statements and recommendations contained 
-n 2 Oa. -£ay iw , IbOb, from the Superintendent of Construe’ 

n Oj. i 4 .. iiin* uailaijig at Denver, Colorado, your pro— 
JOBttx, cut 'u :: <; 23, l<JO$t BtfiNMH to t upervislnc Archi¬ 
tect of this Department, .ia hereby accepted, to substitute 
sandstone, in accordance with sample submitted which is here¬ 
with improved and will ba forwarded to the Superintendent of 
Construction for the files of his office and his guidance in 
accepting the uork f for paving driveway in lieu of granite re-- 
liuired by _ cur contract, dated August 2b, luOii, for the cem- 
plotion of the building, without additional cost to the Qov- 
srnment^ - LiO 1 *9§uli in -is action. 

It f. understood ojid agraec that tliid acceptance is not 
tc • ffect tho time for the completion of the entire work us 
fixod in uho 01 igiiuil contract; tKdt the su/ne is without prej- 
unice to any and all right, of the United States ther.in.ueri 
a d without prejudice,also, to the right, or the tmifed State, 
against the ouretie. on the bona executeu for the faithful 

‘"“‘JSS! promptly “acknowledge the receipt of this letter. 

Respectfully, 


T 

JCP 

KTR 


Acting 8 ecret ; ry . 



.. in?. 


* T une } , # 


! r r.,7;ja?g A. ' cGo.ii 1,3, 

! r ^./ rint Bulining* 

Penver, Colorado. 

Sir: 

p^rrlnr to your loiter of the 25th ultino, ■ubmlttln 6 
savins tor approval In connection with ; our contract for 'he 
completion of the How *"lnt built-inc ut nearer, Colorado, you 
ar:j adviced that sandstone, as represent ad by tho sariple, is 
approved for stfljcurMng, and a port ion of tho sarnie has boon 
forwarded to the Sur^rinteiuiont of Construction for tho files 
of hie office hi 3 in a<: coptine the vc rh. 

Tt ie net ec?. that thi: of E&ndstone is thn sane one 

which ym prepocf* to evict:! ut j i. 11 ou o granite for paving 
the driveway, which cubs■ iti tion forms the? subject of another 

C( r n uni<5 tior addressed to you tc-day. 

R js • oc: fall;/. 


Supervising Architect• 


MTR 


/ 0 



Mint . 

Inclosure 2319 


INMERITING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 



TREASURY DEPARTMENT 

Washington June 5,1903. 


Superintendent of* Construction 
New Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accepting 
the proposal of James A.McGonigle, as an addition to his con¬ 
tract for the completion of the building in your charge, in 
amount three hundred dollars ($300.00), for board walKs, 
platforms , steps , etcand wor’:C in connection therewith, to per¬ 
mit access to valves of plumbing pipes,etc. , all as stated in the 


Slid letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
i account of this addition, as required by the tern* of the 
jntraot and the printed "Instructions to superintendentsM*”- 
of which vouchers the Disbursing AC ent has been authorized 
, make from the appropriation for Mint Building,Denver, Co o-a . 







<June 5 , 1303 , 


P IVBH KBS' ;iX •;i i 


r' **^cGonigi* 

I ^•"•orth.g^V 

fir: 

1 In ^ ° f M “ contained in 

” ° h * 8 ‘ * UMta# * **“ th0 of Construction 

f Vh9 *'° EUU<Une 84 *><»▼«, Colorado, and in aecordanoe ' 

rttn *"* Bpir0Val of tf *” «Wta.»,r» P-opoaai, Of the M r 0 
l»t«,ndrlro»nsed to hl«r, In arour.t three hundred dollar. (.i?o-.oo), 

U tw?*by ^coopted to pla©# board walM#pl9tforra»,Bt*pA.eto., 

W cut doorwn"** in partitions above furrorl coiling* in firot 
* *ocond nto"iof$,t© permit &co«er to TaAro* of plucking pip®*, 
Itcv , in aoeordanco with Vio tor ?■ or tho 3up«rin t o nden t’u letter 
tp you of ^«* v 13 # 1905,and blu« prints 1 and z, this to be conoid- 
®b-d aa nn addition to your contract dated August 35,19or for the 
feMfttlen of building# end a public ©xigancf requiring the 

^iigoe in the i&‘orr# 

\ xt i* ********* ^ ftf r °° d thSt tfllB r0C ^ tSnOe iB n ° l t0 
aft 80 t the tine for the oor. E lotlcn of the «or* as retired by the 

L of rour contractttnat the — i» -1«— ^-' udioa tc * W 
=:* m righ t. ©r ^e united State, ther-— without -m- 

B : 0 * .y end .U ^t. of the United State, .^inet the 

Vr°’ t,o tend exectitad for the f.Unfui mm—% «*• 

|ttie© on toe oou 

elpt of tnl* letter. 


ntlmmp .©KnoaaeW* ^e ^^tWiir, 


Acting Seoretary. 




j*c.r. 




IN REPIY1N6 QU0T. UPPER IN(T|AL 
, Right hand corner. 


Incloaura Iio.2-75. 


TREASURY DEPAR TMENT 

Washington Juno o t lai ; # 


Custodian, 

Poet Office, 

Pueblo, Colorado. 

Sir: 

m . JT* 1 !^ 1Cl086d h8r<?With for *** info^ation «, tf* 

b . “ " ' °‘ iiW the 2nd txmtaat 

' T""** 1 " ° f thi « * Mo of the 

r ' 3i;Jara ' cfc °*' undsr ****** with The Piper Brothers Carmy 
pointing out certain defects in the «ork. ‘ '' 

msn I*" consider thofc the work io oosplotod and n>«fcr 
for another inspection, you aro requested to notify «» Super¬ 
intendent of Construction, U. S. Kbit, Denver, Colorado, oho 
*iii bo undar Instruct] one upon receipt of such notice, to 
Yi&it tbo building for that purpose, 

Eoapeefcfully, 


Suponri cing Archi tect* 



Treasury Department, 

OFFICE OF THE SECRETARY, ^ 

Washington, j mg 10>lg03 ^ 

Mr* Leo Ullery, 

Superintendent of Construction, 

U. S. Mint, (new), 

Denver, Colorado. 

Sir: 

Referring to your report of the 2nd instant, relative 
to repair work at the Post Office building at Pueblo, Colorado, 
and in which you state that considerable of the work is defec¬ 
tive and has to be gone over again, I inclose herewith copy of 
letter of the 9th instant from the Supervising Architect to 
the Custodian of the building, which explains itself, and in¬ 
structing him to notify you when he considers the work complete 
fiftd ready for final inspection. 

You are authorized and directed upon receipt of such notice 
from the Custodian to proceed to Pueblo for the purpose of mak¬ 
ing another examination. If you consider it necessary, you 
are authorized to remain at Pueblo for not to exceed two days 

to direct correction of defects. 

Your actual traveling and subsistence expenses will be 
Paid from appropriations under the control of the Department, 

^d as this last visit is made necessary by the defective work 
supplied by the contractors, it is intended to give cansidera 


PUEBLO. 

B 

|M HALVING TO THIS LcTTCft THE 
INITIALS IN URPER HIGMT-MANtt 
COftNtR MUST IS REFERRED TO. 

Inclosure No. 2274 . 



PUEBLO* JUNE lo ign^ hit t 
. » iyu ' 5 * Mr.Lee UlWn cs x 

. y*. s "pt.0f^Construction. 2. 


A/ 




Ik 


tion to charging the expense of this 

tract. this trap aga in8t their 

Respectfully, 


con- 




... 

Acting Secret 



S. 

T. 




/ * 


Inclosure 2345. 


TREASURY DEPARTMENT 


WASHINGTON JlUie 11,1 



pi«EPtV1NG QUOTE UPPER If 
RIGHT HAND CORNER 


superintendent of Construction 
New Mint Building, 

Denver,Colorado. 



Sir; 


I inclose Herewith, for your information and the files of 
your oflice, a copy of a letter of even date,advising Mr.James A. 
KcGonigle that Buchhorn Plaster, made by the Buckhorn Wall Plaster 
Co.,of Loveland,Colorado, is approved for use under his contract 
for the completion of the building in your charge, this action 
being in accordance with the recommendation contained in your 
letter of the 6th instant. 


Respectfully 





dskvfih 

• V 

4 

June 11,1903. 

fcr* lcin«n A*Me§onlgia. 

Lwormortn, hannat. 

Sir; 

sofwine to *mr letter of the Mth uittee, r6u „« rt?lMg 
■tat Pucshorn Planter, Bade by the Sucv.horn rail Plaster cor.panr of 
tovnlwt,Colorado, i« approved for use under your contract for 
tho cor plotion of the now -Uni sulidln* at Denver,Colorado, and 
the Superintendent of Conetruotion has boon ac alvieed. 

Raapwctfully. 


Supcrvirine: Arcrcittict. 





DENVER. 


NEf MINT. 


In replyinq to thin Letter the 

INITIALS IN UPPER RIOHT-HANO 
CONNER ««»T it REFERRED TO. 


C 

Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 

Washington, June 11, 


s 

^j73cv 

1903. 


Enclosure 4476. 


Superintendent of Construction, 

, New Mint, 

Denver, Colorado. 

Sir: 

There is transmitted herewith for your information copy 
of a letter this day addressed to Messrs* S. Faith and Company, 
contractors for the mechanical equipment, &c., at the building 
under your charge, from the tenor of which you will note that 
the steel for the boilers, from the tests made, is considered 
satisfactory. 


Respectfully, 


> 2WWWP, 


ft,' 



K 


IN, REPLYING TO THIS LETTER THE 
. NlflALS IN UPPER RIGHT-HAND 
CORNER .MUST BE REFERRED TO 


Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT, 

Washington, Juno 11, If 0 ; , 



^ Coaptaw, 

}\ UVTOUG, 

Uarioliillia, p«mg*-lvani*. 


Siro; 


, *"*"***£ U your the supply of the BMhetH- 

° “ lUipBmt * f ‘°*’ for «>• Wot Mint, ut Power, Colorado, 

you are udTiaed that fror. a report received *£ this office, 

U “ ler d * t * of thQ <*«». ton a U. 3, Assistant Inspector, 
«3d tors chemical analyses node, it appears that tha steel 

incident to the construction of the boilors is satisfaotoiy. 

This information is conveyed to you, in order that you 
iwy tuke IMft stops as may b© necessary to secure the early 
completion of the boilors* 

fospeetfully t 






JOSKVER>HE!Y7 3Hit. 



PORV/APJ) I1IO* 


. m 

% 

treasury DEPARTMENT 

Washington June 11 , 1903, 



Superintendent of Construct! 


New Mint, 


ion 


Denver, Colorado. 


Sir* 


Ol.. is in receipt of a letter of the 12th ultimo 
froi, rr.F.E.Healy, relative to providing a closet with suitable 

l,utl 0Ver the vault ln Cashier's room in the building 
In "° Ur Chars ® and a 1061:511 stairway to obtain access thereto, 
and t;:Sre ls rorwarded y° u > under separate cover, a copy of 
drawing #205, showing the work referred to, and you are directed 
to obtain from the contractors a proposal based thereon and 
forward it to this Office, as soon as possible, with your 
definite recommendation. 

Respectfully, 


tJuY 



cEUfect • 




(Copy.) 


Office of 

Superintendent of Construction, 

U -S. Mint Building, 



Denver,Colo.,June 15th,1903. 

Mr*Lee Ullery, 

Sup»t. of Mint Building, 

Denver,Colo., 

Dear sir:- 

Your letter of June the 6th,asking me to submit bid for 
placing terra cotta fireproofing over vault B-C received. 

I will put 6" terra cotta blocks over vault B-C for $28.50. 

Yours truly, 

(Signed.) James A.McGonigie. 


Office of 

Superintendent of 


, U. S. 
(Copy.) 



Mr.Lee Hilary, 

sup't of Hint Building, 
Denver, Colo., 


Denver,Colo.,June 


15th, 1903. 


Dear sir:- 

Ycur latter of Peb.24th asking to submit bid according 

to Drawing No.ltt for changes of doors in engine room received. 

I *ill make the changes according to Drawing No.140 for the sun 
of $78*30. 


Yours truly, 

(Signed.) J.A.McOonigle. 


Office of 


7 


Superintendent of 


u. s. 


Mr.Lee Ullery, 

S«p*t of Mint Building, 
Denver,Colo. 

Pear sir:- 


Denver,Colo.,June 15th, 1903. 


Referring to your letter of June the 6th,asking me to sub¬ 
mit bid for certain floors in second story of Mint Building re¬ 
ceived.! will fuwnish Alberene stone for base and flooring.Base 
to be 10" high beveled top to be used in Assayer's Laboratory, 
Furnace Laboratory and Acid Laboratory instead of 6 l/2 tile 
for the additional sum of$1095.00. Sizes of stone 20" X 20" X 1 l/4 
The sizes of stones noted to be used for the centers of the floor¬ 
ings the outer edges of the rooms to be fitted with narrower widths 

as necessary to make a symetrica! Job. 

Yours truly. 


(Signed.) 


J.A.McGonigle, 


(copy.) 


Office of 

Superintendent of 
U. S. 



Denver,Colo.,June 15th,1903. 

Mr.Lee Ullery, 

Sup*t of Mint Building, 

Denver,Colo•, 

Dear sir:- 

Referring to your letter of June the 6th asking ne to sub¬ 
mit bid in connection with floors in Refinery rooms received. 

I will substitute Alherene stone for the: floors of the Re¬ 
finer''' ,the Refinery Drying room in place of granite without add¬ 
itional rost to the Government size of stones 48" x 48" X 2 l/2" 
mum «izes of stones noted to be used for the centers of 

thick, me 

the f 1 oorings,the outer edges of th>e rooms to be fitted with 
„ widths as necessary to make a symetrical Job.Samples 

narrov/er 

+ of construction can be seen at Supervising Architect's 
and methoc 

office• 

Yours truly, 

( Signed.) J.A.McGonigle. 


I 


peitver miitt , new. 



in replying quote upper initial, 
right hand corner. 

(ENCLOSURE #1717) 
Forwarding. 


TREASURY D EPiRTMENT ^' 

WASHINGTON June 12, 1903. 


The Superintendent of Construction, 

United States Mint Building, 

Denver, Colorado. 

Sir: 

There is enclosed herewith for information and file 
a copy of Office letter of this date addressed to Idr.Jas. 
A.McGonigle in care of the Flour City Ornamental Iron 
Works of Minneapolis,Minnesota,and,under separate cover, 
one set of shop drawings Nos.206 to 213 ,inclusive,therein 
mentioned, for certain ornamental iron work to he supplied 
in connection with the contract for the interior finish 
of the building for which you are the Superintendent of 

Construction. 

Respectfully, 



B. 




MSVSR HIHT, } J2t< 



' * e '*‘-vinq to this Lett*, 
•nitiaus in upper TH e 

CONN« « 0ST Bt re^-haho 


{FORWARD Ikg) 


T «easury Depart 


0ff 'ce of the 


SUPERVISING 


ment, 

ARCHITECT, 


F.B.V. 


Washington, 


June 12, 1903. 


Mr. James A. ItaGonigle, 

Care.Plour City Ornamental Iron Works, 
27 th Avenue and 27 th Street .South, 
i-vinneapol is,Minnesota. 

Gentlemen: 


xh.e Office is in receipt of your letter of the 6th 
instant,transmitting,in quadruplicate,shop drawings for 
certain ornamental iron work to he supplied in connection 
with the contract for the interior finish of the United 
States Hint Building at Bonyer,Colorado,and in reply you 
are advised that said drawings have been given Office 
numbers 206 to 213 , in elusive, and two sets of the prints 
are this day returned,under separate cover,approved,sub¬ 
let to the specification «*-*•-*.— ~ 

+ <? etc and the corrections noted thereon m 

neasureEierits.etc. ^ 


4 1 L i J . 0 


rod- 


Respectfully» 
(Signed) 


J. K. TAYLOR, 
Supervising Architect. 



IN PEPtYING.QUOTL UPPER INITIAL. 
RIGHT HAND CORNER. 


V1TCL0SURE 2470. 

forwarding. 



TREASURY DEPARTME 


F.B.7/. 

NT 


Washington June 12, 1903. 


The Superin v.endent 
U. S. Hint 



of Construction, 

(New), 

Denver, Col. 


Sir: 


For 

of this 
tractors 
you are 
tive to 
sent to 


your information find herewith copy of office letter 
date, addressed to Messrs. S. Faith and Company, con¬ 
fer mechanical equipment of the building for which 
the Superintendent of Construction, advising them rein 
approval of certain plumbing samples, which wi .1 be 
„ou to-day, by express, charges prepaid. 



D3TOR, ic.y; Mii^. 
13 ® 




FORSAKDIHG. 


June 12, 1903. 


Measrs. S. Pa1th and Company, 
p 2427 Pennsylvania Avenue, 


Sire: 


Philadelphia, Pa. 


:c_’errln<j to your contract for mechanical equipment of the 
U * S ' :ilnt (naw) * Denver, Col., receipt is acknowledged of your 
letter of the 10th Instant, forwarding; for consideration oertaln 
plumbing appliances, etc., which you desire to use under said 
contract, and you are advised that the following are approved: 

One 1-1/4" diameter finished brass nickel-plated r*ate 
valvo with lock shield: Kennedy} 

Section of unlined linen fire hose "XXX”, 200 lbc. 
pressure; 

Sectioh lead lined galvanized iron pipe; 

Section lead lined cast iron pipe. 


The following-described samples submitted by you are ro- 

Jected, as they do not comply with specification re quirements: 

Fire hose rack, C. Wuhring fg Co. , as hose cannot be 
run off same quickly without breaking the pins; 

Standard for C. partition, including expansion bolt; 

Angle fastening for W. C. partition; 

Socket fastening for W. C. partition; 
section of tuhing for W. C. framing. 

Chcso rejected fittings are too light in pattern, and not 


DUIV32R, lew KtSf. 

* ^ ai th and ca T 

uo * t June 12 ion 

-... Page 2. 


suitable for 1-iA. .... . 

/ * Elicit KUiFhli* 0 i n L 

18 n0t ^ diameter a s reared. B * ““ r ° j0Cted tUbln * 

V ° U aro r> 9 u «sted to submit mi.fW„ 
th °* a re Jocted, and to oubmlt the foll ^ b ' m P los ln Place of 

qUlrad b * P ; - ra eraph 290 of ■pacification ^ r °~ 

01 lcation governing t!ie vrorlc: 

Ono tollot Paper holder; 

One hinge for I/. C . door; 

One oolt and stop for c. door; 

One 12- section of brass nlcfcel-platod „ter plpe . 

-on are revested to submit, also, sample of lead lined r 

” L j ° lnts * and ***** ° f l«* Unod I fitting „ lth 

acrev/ joints. 

The approved sables will be sent to the Superintendent of 
Construction at the building, and the rejected sables «U1 b9 
returned to you to-day, by express, charges collect. 

Respectfully, 

(Signed) 


J.K.TAYLOR 

Supervising Arcliitect. 




treasury department 0 ^' 

Washington June 12,1903. 


IN REPLYING. QUOTE UPPER INITIAI 



Superintendent of Construction 
New Hint, * 

Denver, Colorado. 


Sir: 


Referring to your letter of the 22d ultimo, forwarding 
a proposal. In amount §1,365.00, for modifications In skylight 
In accordance with drawing #39, you are now directed to obtain 
a proposal for only the additional gutters shown on said dra\/- 
ing, and forward it to this Office with your definite re- 
coanendation, it not being deemed expedient at this time to 
nake the changes in louvres. 


Respectfully, 






mtfnYiNfc quote upper initial. 

PtGHTHAND CORNER. 


TREASURY department 

Washington .June is. 




1903. 


Superintendent of Construction 
New Hint, ll0n » 


Denver, Colorado. 


Sir; 


Referring to your letter of the 18th ultimo and to the 
sample of Colorado Portland cement forwarded by you.which you 
state was taken from material delivered on the site of the 
building in „ our cnarge for use in connection with the con¬ 
tact of I.£r« James A*McGonigle for the completion of the inte- 
rior finish of the building, you are advised that the same has 
been tested and found to be satisfactory* 

Respectfully, 





DENVER,NEW MINT. 




INCLOSURE 224-1. 


TREASURY DEPARTMENT 



Washington June 16, 1903 


IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent or Construction 
Hew Hint, 

Denver, Colorado* 


Sir: 


I inclose herewith, for your information and the files 
oi your office , a copy of a letter this day addressed to the 
contractor for the construction of the building in your charge, 
and the sample of copper, mentioned therein, is forwarded you 
for the files of your office and your guidance in accepting 
the work* 


Respectfully, 



1SPR 


«« 


DRIVER 



* 

Jui19 16 , lyoa. 


? > r < Jtuaa. « ., 

w,; w 

Sir* 

Referring to youj . 

B«»ples f0r appro** , *** 35th ult lmo «ub H lttln c 

j;:~ - -—- .h. 

*” «» » "Zr“.y‘'‘ CU " r ““'' 

«a apl8 , l8 fP r * 38 r6 I> r ea«nt9d by th0 

1 * oyecL "0r use in t h« 

the eanj-la has been -'or - ’ '"'® r9 r ««u*re<l, and 

- - 

c»ptin e the work. ** euldanc ® *« *c- 

and vhe 14 ounce copper are rejected *h 
too light in weight. * ** * ra 

Heopectfully. 


Supervising Architect. 


*otm No. f* i 
Fd 7 »1K>I *.<**>• > 


DENVER , re y jrr lri , 

^ aoWh^h OH.N markei „ UHCHAbl 


i to Ogutat oommunuxuioni «tw r rf„ t0 


****** ** «<P*«r »tpAr^»id cvrrwr 




<, 


Treasuvg department, 

owe* or Tin SUPERVISING ARCHITECT 

o\ , June 17,1903. 

The Superintendent of Construction 
hint Building, (new), 

Denver, Colorado. 

Sir: 

Ihc request and recommendation contained in your 

or th 9th instant, 

ueJjvt-iy Oi tilt; artioles and performance of the work 

nereby authorized to incur an expenditure of thirty- 
eight dollars and fifty-five cents ($ 38 . 55 ) 

axi secui mg m open market at lowest prevailing rates,' 


coal oil for lamps &c., * i « n i/ 

telephone service in Superintendents office for a * 

''hree months from the 1st proximo ,at 
$10.00 per month, ’ , ,/ 

water rent for Superintendent's office from May 1st,to 
October 1st, 1903, c 

O# r 5 


Your attention is called to printed "Instructions to Superin¬ 
tendents," and you will issue and certify vouchers on account of 

the above in accordance therewi th,payment tc be made from the 
appropriation for "Mint Building,Denver,Colo. tt 

R«peotfun y . y 

Chief Executive Offium 


DENVER NEV. r MINT. 


2S 



Inclosure 1G27 


TREASURY DEPARTM 


WASHINGTON June 17,1903. 


EN y/J 


IN REPLYING. QUOTE UPPt R INITIAI . 
RIGHT HAND CORNER 


Superintendent of Construction 
New Mint Building, 
Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
vour office, a copy of a letter of even date,addressed to the 
Diebold Safe & Loch Company, contractors for safety vaults,etc. 
for the building in your charge, relative to plaequee for certain 
vault doors,which explains itself. 


Respectful ly 


JSS 




June 17,li>03. 


m r. Mi 1 ;!. 


ri P'-'T t iv UocR ^or»«n v 

Qantoh # 0 hio* * # 

Rentier nn: 

You^ pi oiyO?^! dated the 8th inn in hi, in amount a even 
htwrtMi wi tnlrty-i'ivo Aoixare ($73«>.oe), for ton oiHliad «u*«r 

pieotiuan tor cwtala doom to vault# in tho n«~ iint Buii.iing at 

» 

Denver,Colorado, i« ro locked, »:;d you are r<r?ue*ted to eub: it 
proposal loir omitting painted decoration and eupplyinf tan 
siriiar placquee in bronse, tao model to he fumiahed yon b^ the 

Gove ‘nzwnt. 


Upon receipt of your proposal, further notion win bo 


en. 


Respectfully, 


Eupervifdnr Arcbitect. 


JSS 


DENVER, NEW MUTT. 



•N REPLYING QUOTE UPPER INITIAL, 

RIGHT HANO CORNER 

ENCLOSURE 2464. 


-2- ^ F.B.W. 

treasury department" 

WASHINGTON Jtme 19, 1903. 


xlic Superintendent of Construction, 



S. Hint (Hew), 

Denver, Col. 


Sir: 


For your information find herewith copy of office letter 
of this date, addressed to Messrs. S. Faith and Company, con¬ 
tractors for mechanical equipment (except engines and generators) 
of the building for which you are Superintendent of Construction, 
advising them relative to winding of motors. 

Respectfully, 











June 19, 1905. 


Hesers* 5* P&ith and Company, 

24:27 Pennsylvania Avenue, 

Philadelphia, Pa. 

Sirs: 

Referring to your contract for the mechanical equipment 
( 1X063 in 6 ® and pOrfttoff ) for the l T . $* Hat (no*./), B 

ver. Col., receipt is oc&nov/ledged of your letter of the 4th 

iiv'tar.t, relative to v/inding of motors. 

I:i reply you ?.re advised that motors for the arh hoist, 


should be corv^ s..———— * 


house pumps. 



Respectfully 


(Signed) 


J.K. TAYLOR, 


Supervising Architect. 



jJgBVSR MINT (Ni5W) 4 



^replying. quote upper initial. 

RIGHT HAND CORNER. 


enclosure No.5241. 


2 

treasury department 

Washington June 19/1903. 


Superintendent of Construction. 
Mint Building (new) 
Denver, Colorado. 


Sir: 


I enclose herewith, for your informtion and the files of 
fW office, copy of a letter this day addressed to Mr. James 
A. Mc(jonigle f contractor for the construction of the building 
in your charge, relative to the non-submission of samples and 
withholding of vouchers, which letter explains itself. 

Respectfully, 






MD7T (HKV). 





.Tune 19, 1903. 


Kr. .Tames A. KcGoniels, 
Denver, Colorado, 

Sirs 


I have to acknowledge the receipt of your letter of the 
Uth instant relative to the non-submission of samples and 
tho withholding of vouchers on aooount thereof, in connection 
with your oontract for the ccnstruction of t3ie now United 
States Mint 'building at Denver, Colordao, and in reply you are 
advised that the following samples are yet required; 

Stone slabs; 

Terraazo; 

Glased tile; 

Wrought iron grille; 

Bronze metal; 

Hardware * 


Aa soon as the above samples are received the Superintendent 
will be advised to restime the isaiaanoe of vouchors. 

In this connection you arc advised that there have been 


tceived at this office senples of aosiac border, iiarhed as 
jrwarded by you for approval under your contract, but os yet 

> letter has been received from you submitting the same and 

. +V 1 « office If such, samples were 

^artvAKted to inform t/u.s 
5u are reqt«.os'' wu - wv/ 

(irwarded by you. 

Re spec tfully , 


Supervi sing Architect 


©ffice of ttustodiaa 


2 ^ 


S. COURT HOUSE AND POST OFFICE, 

Pueblo,Colo.,June 19,1503. 


Mr, Lee Ullery, 

Sup’t of Construction U.S.Mint, 

Denver Colorado. 

Sir:— 

Pursuant to instructions from Department under date June 9th, I 
have to notify you that Piper Bros, now say that the work at this 
building will be ready for final inspection on Monday next, 22nd; they 
confident that it will now pass all right. 

The Custodian has returned from the west, and will be able to 
ex Plain why he did not go to Chicago with you! 


Respectfully, 



Custodian. 



Subject 



Denver Mint (new). 

Treasury Department, 

bureau of the MINT, 



Washington, 

June 18,1903. 

Superintendent of Construction, 

United States Mint Building (new), 

Denver, Colorado. 

4 

Si rs- 


I would consider it a favor if you will take measurements, 

aS accuratel y a * you are able to do so, of the width of the engine 

room as now shown on the drawings. It is necessary that these 

dimensions be obtained in order to construct a traveling crane 

to operate on a runway at the ceiling of the engine room. 

Will you kindly take dimensions , near the ceiling of the 

engine room, of the width of the room, measuring at each end and 

also one measurement about half way down the room , say near the 

door; these measurements to be taken between the outside building 

and the first row of columns and to represent the clear 

8 Paco between the inside of the building wall and the partition 

Wa *l that is supported on arches , on the North side of the engine 

r °om. Please state definitely whether your dimensions include 
thi 

anameled brick walls with which the engine room is to be cased. 
An early reply will be greatly appreciated. 




MINT, NEW. 



F.B.W. 

treasury department &&u) 


Washington June 20, 1903. 


N replying. quote upper initial, 
right HAND CORNER. 


(FORWARDING) 


The Superintendent of Construction, 


United States Mint Building, 


Denver,Colorado. 


Sirt 


The Office is in receipt of your letter of the 15th 
instant,and in accordance with the request therein con¬ 
tained there is this day forwarded you,under separate 
cover,one print of drawing No.205 showing vault closet 
and stairs for Cashier’s Room in the building for which 
you are the Superintendent of Construction. 


Respectfully, 



(Copy.) 


Janes A.McGonigle, 

Contractor and builder. 


Denver,Colo.,June 23,1903. 


Mr.Lte Ullery, 

Sup’t of Mint Building, 
Denver,Colo., 


Sir:- 


Ycur letter of June 13th requesting bid for taking out of 
building Marble sill and put In place a sill of marble received. 
I will do the above stated work for the sun of $125.00. 

Yours truly, 


(Signed.) J.A.McGonigle• 


< 32 - 

C Copy.) 


Barnes A.McGonigle, 

Contractor and Builder. 

Denver,Colo.,June 23,2903. 

Mr.Let Ullery, 

Sup 1 1 of Mint 3uilding, 

Denver,Colo. 

Dear sir:- 

Your letter of June 16th requesting bid for work in connect- 
ion with the skylight received.I will put in additional conden¬ 
sation gutters for skylight as explained also two new skylight 
glass in place for $172.00. 

Yours truly. 


( Signed.) 


Janes A.McGonigle 


5 <3 


Coerr.) 

Jarats A .Me Gkmi gl e 

Con true tor and Bni?.dcr. 

Denver,Colo.,June 25,1903. 

Mr • L $ e IJ11 % rv t 

Sup»t Mint Building, 

Denver,Colo., 

Dear Sir:- 

*° ttr l9tf ' tr of Jlm * 25th requesting hid for 10" x 16" pipe 

with outlet received.! will cut out w«n - 

5 01,1 wall,pl*ce pipe and rebuild 

terra cotta according to plan for the sua of $40.00. 

Yours truly, 

(Signed.) Jaaes A. JLfeQonigle. 



■0NiZR MINT (NSW) 




TREASURY DEPARTMENT 



WASHINGTON 


June TQ03* 



,HREPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER 


Superintendent of Construction 
Mint Building (new), 
Denver, Colorado* 



Sir: 


You are hereby directed to obtain from the contractors 
for the mechanical equipment of the building in your charge, a 
proposal, in the nature of a deduction, for furnishing flush 
front furnaces in lieu of extended fronts, as required by their 
contract, and forward the same to this office with your definite 

recommendation* 


Respectfully, 



(Copy.) 


S. Faith & Co., 

} 

U.S.Mint (ntw) 

Denver, Colo.,June 26,1903, 

Superintendent of Construct ion, 

/ 

U.S.Mint, Denver, Colo., 

Sir :- 

Replying to your favor of June 25th,we will remove the 24 x 
34 horizontal duct now in place at ceiling of KUcksSth shop in 
attic of said building,and replace and re-connect the sane 2»-0" 
further weat than its present position (leaving 2»- 6" space be¬ 
tween said duct and the partition at the corridor door) also 
changing the 12 x 30 vent over ceiling of attic toilet room (lead¬ 
ing from the second story vent flue) to connect santeowith the 24 
x 18 horizontal duct directly east of the said vertical flue, 
(increasing the horizontal duct to 24 x 28 from the point of con¬ 
nection instead of north of sane as indicated on Drawing No.H.85. 

The branch north of the said flue to be cut off close te the rrmtn 
duct and properly capped,all for the sun of Forty-two Dollars. 
(§42.00). 

Respectfully, 

(Signed.) S.Faith <fc Co., 


per Lewis. 



(Copy.) 


S.Faith & Co., 

PEila., June 19th,1903. 


Mr.Lee UlIery,Sup »t., 

United States Hint , Denver, Colo., 


Sir:- 


nelative tr your letter of May 15th,w# propose t,« supply and 
install in addition to our contract far the Mechanical Equipment 
of the United States Mint, Denver,Colo.A 1 l/4" conduit with #4 B. 
*S*gauge conductor winning from Junction box A-8 on power circuit 
#1B Drawing JTo.E.W.89 of floor construction,a distance of about 
14' -0" north,then down on east face of wall between heater and 
engine rooms t* a point about 5 f -6 n above heater room floor, fct* 
*he sura of Thirty four Dollars ($ 34 . 00 ). 

Respectfully. 


(Signed.) 


S.Faith ft Co. 


(c°py.) 


5 


S.Fftith <fc Co., 

Philft, 19,2903, 


Mr.Lte Ulltry,Sup *t. T 

Unitj * d Stat * 8 Mint,Dtnvtr,(?•!•., 

Sir:- 


R.f.rrin c to y.ur inquiry tf 13th>r . UUv . t0 
-irm s and electric outlets on account of proposed 
furrod ceilings of the first and second fj.ee-s of the Mint Build¬ 
ing as per blue prints ITos. 1 and 2 propose to nak. the above 
changes for the snn of two hundred and eighty-three ($283.00). 


Respectfully, 

fSicntri.) S.Faith A Co. 


(C&py. ) 


i c/ 

S.Faith & Co,, 

Phila.June 19,1903# 

Mr.Lee Ullery,Sup*t., 

United States Mint,Denver, Cel®., 

Sir:- 

Relative to your letter of* June 8th,we propose to burnish 

and erect in addition to our contract for the Mechanical Equipn- 

1 ?*• 

ent of the United States Mint,Denver,Celo.,two 8 n vibrating elec 
trie gongs with three push buttons,wire,tubing,Ac.,and a battery 
of four LecXanche cell's for the bell at front, entrance, and eight 
cells for bell at back entrance,or a sufficient number of cells 
fo~ the satisfactory operation of each bell’.(Jongs to be highly 
polished,other parts to be neatly finished, in black enamel,and 
the bell s to be of different pftch.The push buttons to be of 
ornamental designand finished in bronze.The button at front en¬ 
trance to be placed cm west side of door-way on outer granite re¬ 
veal ♦ i’er the gong at back door there must be two buttons,one at 
tne floor on east side,and one at east entrance of alley on north 
sice of gateway,and placed five feet abo^e grade.The bell for f 
front entrance to be placed about ten feet abo^e floor in north- 
Wcast comer of entranceha!! 1 ,and back of column.The bell for rear 
entrance to be placed on east side of doorway and about eight 
feet above floor.Battery fer bell at front entrance to be placed 
on shelf in closet of Cashier's Room,and for the bell at the back 
entrance,to be placed In a neat woodcase on south wall of corri¬ 
dor and near bell.Wires in the building to be run in tubing and 
from button at alley gate in steel conduit properly protected 

from c®rrosion,all complete for the sum of ($118.00.) 

(Signed.) S.Faith <fc Co. 


DENVER MINT (NEW) 



IN Rf PLYING.QUO'EU=»PER 'NIT'AL, 

RlGHi HAND CORNER. 

(ENCLOSURE #1730) 
FORWARDING. 



TREASURY DEPARTMENT 


F.B.W. 

J73UJ 


Washington June 23, 1903. 


The Superintendent of Construction, 
United States Mint Building, 


Denver, Colorado. 


Sir: 


There is enclosed herewith for information and file 
a copy of Office letter of this date addressed to Mr. 
James A. McGonigle in care of the Flour City Ornamental 
Iron Works,Minneapolis,Minnesota,and,under separate cover, 
one print each of shop drawings Nos. 198 to 202,inclusive, 
for certain ornamental iron work to he supplied in con¬ 
nection with the building for which you are the Superin¬ 
tendent of Construction. 

Respectfully, 


B. 





D3TV2R MIKT (NEW) 


F.B.W 



In *Cr*_VlNQ TO THIS L.E7TrK TMff 
IN UFPr* MOHT-HAND 
MUST B£ HfcFFRACD TC. 


Treasury Department, 


OFFICE OF THE SUPERVISING ARCHITECT, 


Washington, 


iftuis 23j 1903. 


(forwarding) 


Mr. James A. KoGonigle, 

C/o Flour City Ornamental Iron Works, 

27th Street and 28th Avenue,South, 

Minneapolis, Minnesota. 

Sir: 

r rhe Office is in receipt of your letter of the 18th 
instant,transmitting,in quadruplicate,shop drawings for 
certain ornamental iron work to be supplied in connection 

with the contraot for the interior finish of the new U.S. 

\ 

Mint Building at Denver,Colorado,and in reply you are ad¬ 
vised that said drawings have been given Office numbers 
198 to 202,inclusive,and two sets of the prints are this 
day re turned, tinder separate cover, approved, subject to the 
specification requirements regarding fitting,measurements, 
eto.,and the corrections noted thereon in red. 

Respectfully, 

(SIGNED) J.K. TAYLOR, 

Supervising Architect. 


3 * 


No. l?. TREASURY DEPARTMENT 


-IflOfr 




Swasnwj gopartmcnt, 

Offiobop THE SECRETARY. 

■ sv> ' l . . \ — v . VAv^ U>. wu .*> 

7 Four requisition 

has been received, and will be jit led 190 ~>f° r stationery 

requisitions is often caused by the tinier "fJT^ 

^ *** *"* reqUl M for printing paper and 

Respectfully, V 

—... _ v 

Per.. 
















(NEW). 


jKWflH&QUOTt UPPER INITIAL. 
RHJHTHAND CORNER 


treasury department 


¥ 




WASHINGTON t ^ 

N June 24, 1903. 


Superintendent of Construction 
Mint Building (New), ’ 

Denver, Colorado. 


Sir: 


In reply to the inquiry contained in your letter of June 
18, you are advised that when the work is near completion there 
till be no objection to the contractor for the interior finish 
the building in your charge using the approved samples of 
tordware now on your files, provided same are properly marked 
for identification and you preserve a record of where each of 
samples are placed* 

You are also advised that the faces of axle pulleys should 
^ real bronze to match other hardware in place* 

Respectfully, 





PSUVEH MINT (NEW), 



treasury department 


H 


IN REPLYING QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON T 

June 24, 1903. 


SUPer 4« e 2? 6 ;* ef Construction, 
New Mint Building, * 

Benver, Colorado. 


Sir: 


- have to acknowledge the receipt of your letter of June 3 
a* , under eoperate cover, sample of Colorado Portland cement, 
orwarced by you from material delivered on the site, in con¬ 
nection with the contract of Mr. James McGonigle for the com¬ 
pletion of the building in your charge, and you are advised 
that the same has been tested and found to be satisfactory. 

Respectfully, 



EOp 




TREASURY DEPARTMENT 



IN REPLYING. QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


Washington June 25 





Superintendent of Construction, 

New Mint Building, 

Denver,Colorado. 

Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of James A.McGonigle,as an addition to his contract 
for the completion of the building in your charge, in amount 
twenty-eight dollars and fifty cents ($28.50), for putting 6” 
terra cotta blocks over vault B-C;and you are hereby authorized 
to certify and issue vouchers on account thereof,as required by 
the terms of the contract and the printed "Instructions to Super¬ 
intendents", payment of which vouchers the Disbursing Agent 
has been authorized to make from the appropriation for Mint 
Building, Denver,Colorado. 






J'lr.c 35,100$. 

A.i<cOoalg:io # 

^tttrwRwortfc, Kan**!*, 

fm 

sir: 

’ l * ayt '* f«*eO‘~ deflation contained in letter 

i *m l-,tn fron the Superintendent or Construction of the 

*** 1 ^ mil ^\! Lg^^gf»*fe *M** • i;-c ; # or the mm <Ute, 

* ' ’ * v t0 MA ”' iA %?T;0 ’ ,nt ^•«%7*eIfH4 doxisra sM fifty coat* 

• 5G),I? hereby accepted,** an *UU ion to your contracMatoa 
Au ~ }fct ^ r, * uon » r °" the <so»r*lotion ox* the imll-'ing, to pat in a* 

‘- vS vault rvO|in ftdoordanoo with th« tor a ox* 
the S-ipor intomer.t’r letter to you of the at } in*tent, n public 
^exicemjy requiring the i i-odiato i^fomanec of the t-c~k, 

I ^ ie understood and nrrood that thie acceptance io not tc 
<>cv * i# ' *"i r '* ** or> tae completion of the work, nr* required by the 
f yot**' contract: t » ease M without sr i ■? l - i to *np 

® e - c * ‘"ir-hti- of tno United State* thereunder; and without ppo^u- 
to any and *11 nl$k%m the United st*U*> apnin*t the 
sureties on the oond executed for the faithful rafiiir.ent of tte 
contract, 

Plo^ae aoknoelod«e the rooeipt of thia letter, copy of 
ti.hich vlll o fwnrnrrtwt to the 8uperintor4ent, 

neepeetfully, 


T. 

4SS 


A»aiatart fecr^tary. 


DENVER NEW MINT. 


^ 3 ) 



Treasury Department, 
Inclosure 1563 . 0 rF;cE cf the supervising architect 


In WPLY.-iu TO THIS LtTTtft Tut 



n UPkf* HOST-HAND 
Cv v .£* , JST 8& «*ciR*EO TO. 


Washington, June 26,1903. 


Superintendent of Construction, 
New Mint Building, 

Denver,Colorado. 


Sir: 


I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of James A.McGonigle,as an addition to his contract 
for the completion of the building in your charge, in amount 
seventy-eight dollars and thirty cents (#78.30), to change ex¬ 
terior doors to engine room,as indicated on drawing #140;and you 
are hereby authorized to certify and issue vouchers on account of 
this addition, as required by the terms of the contract and the 
printed "Instructions to Superintendents",payment of which vouch¬ 
ers the Disbursing Agent has been authorized to make from the ap¬ 
propriation for Mint Building,Denver,Colorado. 




•■w.i, set mm. 


June £6 # 19C£» 

ur. J arson A. KcQcnigle, 
koawenworth , fans *». 

fir: 

In viow or the athter.ent and reco: r ondation contained in let- 
tar of the l^tn inatant, froir the Superintend«nt of construction 
of t \o nov: xnt Building at Denwr, Colorado, you” pro; o*»i # of 
the a«v? » dbW,*d>tr«»r ad to hir-., in amount seventy-ei£!tt dollar* 
and thirty centp. ( >76.210), In hereby accept© •, *» an addition to 
your contract, dated August ;?5,lh02,for the completion of tno 
bnlllirif, to change the exterior doer*- to on* in* roots, aa indicated 
on drawing : 140, in accordance with tarrp of Superintendents lot- 
' ter to you of fobrwry 84,1008, a public exigency requiri m: the 
- chfiht.ots in the work* 

It Ifi understood and afro^d that thin acceptance ie not to af¬ 
fect the tire for the completion of trio work a« required fcy the 
tornfi of your contract; that the rav.o ia without prejudice to any 
and ail rights of the United States? theureundertand without preju¬ 
dice, aieo, to any and all rtfhte of the United stater, againat tho 
sureties on the bond executed for the faithful fulfillment of the 

contract. 

Ploaaa aoXnowi©d£0 the receipt of thie lotto”, a copy of 

. *vi vdil b© for* srdsd to the Bttperijiten&Of.t* 

*ni<m ^ Ksspeotfuiiy, 

G * V » ■ j • 


Aafintat sooro'&r** 


denvef.new mint. 



N R' PLYING QUOTE U”ER INITIAL 
R Qk. -IANO CORNER 


TREASURY DEPARTMENT 


Washington June 30, 1903. 


Superintendent of Construction, 

Mint Building, 

Denver, Colorado. 


Sir:- 


In response to your letter of the 24th instant, 
you are informed that it is the wish of the Department, begin¬ 
ning with July 1, 1903, that all accounts for expenditures 
chargeable to appropriations under the control of the Super¬ 
vising Architect shall be stated upon the new form of voucher. 
The fact that work for which you may issue and certify vouch¬ 
ers in the month of July was done in prior months will not 
affect the intention and direction of the Department, so far 
as the use of the new form is concerned. 

Respectfully, 



Acting Chief Executive Officer 






IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


ETCLOSURE 3.269. 




P.B. TV. 



treasury department 




WASHINGTON July 1, 1903. 


The Superintendent of Construction, 
u. S. Hint (1'Tew), 
Denver, Col. 



For your information find herewith copy of office letter 
0 - ohis date, addressed to llessrs. S. Faith and Company, con¬ 
tractors for mechanical equipment of the building for which 
you are Superintendent, advising them relative to approval of 
working drawings of ash hoist. 

A set of the approved prints (K-214 and K-215) are here¬ 
with. 


Respectfully, 








Acting Supervising Architect. 




2ZTTP., J 0 Ti 7 WHS. 
E03 




July l, 19 oj 


ENCLOSURE 1268 . 




\ 


~€asrs. 


Sirs: 


u * .met Coupany, 

1427 Pennsylvania Avenue, 
Philadelphia, pa. 


'tM’orrl ug to you;- contract for moo Weal equipment of 

{BWr, » -' Q;iVer > a °l- receipt is acknowledged of 
letter cf the 29th ultiiao, eacloc% prints (in triplicate. 

a*n hoist to he installed in said building and you are 

tt * rI=0<1 tkat the prIntn aro approved, and have boon given of- 
“■ lce numbers K-214 and H-215. . 

A sot of the approved prints *111 bo sent to you herowitk, 
a dollar set will be forwarded to the Superintendent of 

Construction at the bull dine. 

Respectfully, 

L JAW C.E.Kemper 

Acting Supervising Architect. 


If- Co 


Division of Appointments. ) 
Form 68-2.—Ed. 3 6 99 1,500.) 




!Trfasurvj gjqrairtmmt, 

OFFICE OF THE SECRETARY, 

Washington, D. C., December 24, 1902# "d&k* . 

N 


lfcv Lee Ullery t 


Superintendent.of Construction of Public Buildings, 

sir . U. s. Mint, Denver, Colorado. 

In order that the Department may comply with the requirements of Civil 
Service Rule VIII, Section 3, you will please report to this Office in writing at 
the end of the probationary term, wz,8ix months....feaa....date Of oath. 


of Herbert D. Bartlett, 


appointed a Watchman 


in your Office on tills date . whether his . conduct 

and capacity have been satisfactory during said term, and whether you 
recommend his retention in the service. 

Respectfully yours, 


y 


/?/ 

;/ ' • . 

Secretary. 




T. 





















c men lab JjDi T3-k . 


cr 


rrr rr a orrnv 7\ r • o / *nm* 

.o Ii»*&oUivl 1/ k .*.: :— l J. 


Office o 


Architect, 


f Supervising 

Washington June 22, 1903* 


Sir: 

Please fill up the enclosed blank for U. S. Register 1905, and 
return immediately tc this office, giving tr.e imornaticn as - 
to you and any other person directly employed hy the G-cvernmen'c in 

connection with work under your charge. 

Please read the requirements of the blank carefully and comply 
with the instructions. If you were engaged at other points prior 
to your present assignment make note of that fact on the slip. 


Respectfully, 


Chief Executive Officer. 




(PRINTED HEADING). 


Canton, Ohio, July 3rd,1903. 


Philip Garret son,Esq., 

Denver, Colorado. 

Dear Sir;- 


We are in receipt of yours of the 1st instant concerning 
Basenent Vault Lining for the U.S.Mint Building, your city, and wish to 
state that according to our specifications the sides,also top of lin¬ 
ing oust be riveted, and the bottom secured together with screws, jt 

therefore, oo impossible to put in the walls until after the lin¬ 
ing is in place. However, we would not object to changing this con¬ 
struction,and securing the lining together with screws, but it win be 
necessary for Mr.Hilary to take up the question with the Supervising 

irchitect at Washington.and if authorised by him to make the change, we 
shall do so without extra charge. 

Very Respectfully, 


Diebold Safe & Lock Company, 



H-X 


pTPrTVffw •KTir.vr MINT. 



TREASURY DEPARTMENT 


Inclosure 1595 


WASHINGTON July 7,1905 


IN REPLYING QUOTE UPPER INITIAL, 


RIGHT HAND CORNER. 



Superintendent of Construction 
New Mint Building, 

Denver,Colorado. 


Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date accepting 
the proposal of James A.McGonigle,in amount one hundred and 
twenty-five dollars ($125.00), as an addition to his contract 
for the completion of the building in your charge, to take out 
broken marble sill now in place in south window on the west side 
of the building, and replace with new one;and you are hereby au¬ 
thorized to certify and issue vouchers on account of this addi¬ 
tion, as required by the terms of the contract and the printed 
“Instructions to Superintendents”, payment of which vouchers the 
Disbursing Agent has been authorized to make from the appropria¬ 
tion for Hint Building,Denver,Colorado. 


0 * 


Respectfully, 


JSS 






B' «'V;\K MS? 


July 7,1303. 

-‘r. J or A.fccGtfclalgia 

Mint Ptfuninr, 

D^mror # Colorado. 

Sir; 

In 'ri*jv ©r the stUeoant and reoorjfr.nmntion contained in 
iotv ;r ox tho #4th ultimo, fror the Superintendent of Cone true- 

Uon °-’ th * *•" 141114 aui.unj, Denvar,Colorado, and In aocoManco 
tiio 'ij.^rcvai of inio Departs) ont, your proposal,la tad the 
23d ultimo, adiw <*d to hlr, in amount one hundred and twenty- 
fivo dollars { $135.00), it h*roby accepted, ar» an addition to your 
contract for the completion of the ©aid building, dated August £ 5 , 
,1902, to taXe out broxan rfirblo eiii now in piano in south win- 
do on the vert old© of the building, and replace with now one, 
in ace* rdane* with the terme of the »up*rlnt©n.'i©nt , # letter to 
. you of the 15th ultimo, a public exigency requiring the irradiate 
performance of the worx. 

It iw underetood and agreed that this acceptance it net to 
affect in© tin© for the completion of the work wo required by the 
tor: a of your contract; that the earn© ie without projudio© to any 
W'A hX i right* of the United ftaten thereunder; and without praju- 
dloe,etiBG, to any and al* right* of the United States? against the 
BuroUo* on th© bond oxocutrxl for the faithful fulfillment of the 

• contract* 

Ploane ttcKnowle<4!» the rd0 ^gp <> 2Jft5xxy 


T», _ - 

Jf « 0«i * 


Aaaiatant Secretary. 


DENVER NEW 1H1TT. 


I 




TREASURY DEPARTMENT 


WASHINGTON July 7, 1903 


IN REPLYING QUOTE UPPER INITIAL. 


RIGHT HAND CDRNFR 



Superintendent of Construction 
New Hint Building, 

Denver, Colorado, 


Sir: 

Heierring to your letter of the 15th ultimo forwarding*, 
a sample of Colorado Portland cement which you state was taken 
j.ro .1 material delivered at the building in your charge, you 

are advised that said cement has been tested and found to be 
satisfactory. 


Respectfully 



MTR 




F 


TREASURY DEPARTMENT 


P C 





Washington July 7, 1903 


IN REPLYING QUOTE UPPER INITIAL. 


EICLOSURE #4524 


Superintendent of Construction, 
Mint Euilding, (new), 
Denver, Colorado. 


You are requested to again call upon Mr. nelson P.Handy,Custo¬ 
dian of the Post Office and Court House building in Denver,Colorado, 
in relation to certain repairs required in the building named,and 
to prepare a specification for the repairs as outlined by a blue 
print which accompanied your letter of February 28 th last, and for¬ 
ward the same to this office for approval. The blue print referred 
to is now enclosed* and you are requested to return the same with 
the specification. As the amount involved will be such as to re¬ 
quire entering into a contract two copies of the "General Condi¬ 
tions” are now enclosed for your information and guidance. Please 
read, on Custodian’s files, letter addressed to hi# this day and also 
copy of his letter of lay 18 th last. 


Respectfully, 





def/er,nev/ mint, 



CLOSURE 1521 • 


TREASURY DEPARTMENT 

WASHINGTON July 6, 1903. 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



Superintendent of Construction, 

Hew jjint Building, 

Denver, Colorado. 

Sir: 

I inclose herewith, for your information and the files 
of your oii ice, a copy of a letter this day addressed to the 
contractor for the completion of the building in your charge, 
relative to the rejection of a sample of varnish. 

Respectfully, 





ect 




JEIiVSR'1NT. 


July 6, 1903, 


Kr. June a A. McQoniclo. 

Hew Mint Building, 

Denver, Colorado. 

Sirs 

Referring to your letter of the 25th of May, forwarding 
certain samples for approval in connection with your contract 
tcrthe completion of the new Mint building at Denver, Colo- 
r ‘" Ci0 * you are advised that the varnish, brand Hard Oil Finish 
light, manufactured by Berry Bros#, as represented by the 
sample, io rejected, inasmuch as about 30$ of the volatile 
^ ter is petroleum product, and you are requested in forward- 
i^C another sanple of varnish to submit one manufactured by 
a U$thor firm, as no further tests will be made of material 


manufactured by Berry Bros# in connection with this contract. 

Respectfully, 


Supervising Architect. 


DBinrz_nm (bet) 



£ 


treasury department 


WASHINGTON J uly e 1903> 


IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


Superintendent of Construction, 

U. S* Hint, 

Denver, Colo. 

Sir: 

She statement has been made to this office that work is 
not progressing on the building under your charge in such 
i.r u.s kO live indication that it will be completed within 
v-e contract time, and to be more specific it is stated that 
thC entine machinery is ready but cannot be put in place 

t— interior finish of the engine room is not completed, 

“* ^ 8UeSe8ti0n is **** that this room he finished immediate’ 

au.nxt Ox one placing’ of the machinery without delay, 

^ that- the plastering and flooring of the rooms where the 

axe oo he installed he finished as soon as possihl 

1U re P r ®tentative in charge of the work, the of- 
rioe looks to you to samira ^ 

. s GOm Pletion at the earliest nos- 

- ~ :™ *°—- *«— 

,b ***“«•*»..... „„ 

n lz.:zT:r -—«* ■— 

Within the time f ^ SS *° ln4i ° ate its “°“Pletion 

- e time stipulated, and whether it • 

have the roonv? -p " 1S ^ rac "^ :i - ca hle to 

Eu for 'the machinery ^ad tom 

7 and tools completed without 



Page E. 


-SEVER LlIHTt July 8, 1903. Supt. of Construction. 


further delay, so as to permit of the introduction of the machin¬ 
ery. 


Respectfully, 







TREASURY DEPARTMENT 


WASHINGTON 



July 9, 1903 


iN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER 


Inclosure No«4. 



Superintendent of Construction, 

Denver Mint (new), 

Denver, Colorado. 

Sir: 

I enclose herewith, for your information and the files of 
ycur ice, copy of Department letter, of even date, accepting 
the proposal of S. Faith & Company, as an addition to their 
contract for the mechanical equipment of the building in your 
charge, in amount forty*two dollars (>>42), for making certain 
changes and alterations in the vent flues in said building, all 
as detailed in said letter of acceptance. 

You are hereby authorized to certify and issue vouchers on 
account of this work, as required by the terms of the contract and 
e Pointed "Instructions to Superintendents", payment of which 
Vouchers tne Disbursing Agent has been authorized to make from 
appropriation for Mint Building, Denver, Colorado. 


Respectfully 


Dr.SVKR asl (H3W). 


July 9, 1903, 

t 

Messrs. S. Faith & Company, 

#2427 Pennsylvania Avenue, 

Philadelphia, ?a. 

Gentler.ien: 

In view of the statement and recommendation contained in 

letter of th ® 2fi<fch ul tiao, from the Superintendent of Construction 
Oj. the new Hint Building, Denver, Colorado, and in accordance 
vrith the approval of this Department, your proposal, dated 
* ! 20, 1903, addressed to hira, in amount forty-two dollars 

($4.1), is hereby accepted, a3 an addition to your contract dated 
August 9, 1902, for the aiec)ianieal equip! tent of the at.id build- 
» remove the 24” x 34" vent d;.ct now in place at the 

ti c oiling of blacksmith shop in attic of s«iid "building, and replace 
u:'d reconnect the same two feet further west than its pr-38-mt 
position (leaving two feet, six inches of space betv/oen said 
f iuot and the partition at corridor door); also ebangi ig the 12* 

* to* vent duct over ceiling of attic toilet room (leading from 
second 3tory vent flue) to connect same with the 24® x 16” 
norissontal duct directly oa3t of the said vertical flue (in— 
cro *aing the horizontal duct to 24" x 28° fro the point of 
ejection) instead of north of sane as indicated on drawing 
the branch north of said flue to be cut off close to 
^ J ain duct and properly capped, such changes being necessary 
in °rder to permit access to roof scuttles in accordance with 


WW® vamvar). s . nzXR & co> 


JUr;l ' ®i 1903. 


#2, 


drawings Nos. 103 and i?& 

‘ wl8 SHaoimf % A i 

. -*. p.bu. «*.»,, ^ ;* 

th. work, * Uat * Wrt-omanoe of 

^ 18 Undar * t0 °d and agree* that thi. 

* ffSCt the tiM * ** collation of th, '' “* t0 

t), ton. of your contract; that the ^ io * 

judioc to any and all rights of the Unit ■ “* >r °- 

Md without prejudice, ai so t . , ® U StateB thereunder; 

•S—t the mtl „ or th ’ t0 ; hS ***" «“ «» «« States 

B on tLe aond conditional tVr 

fulfiiiaent of the contract. 

?l6a3fc *° 3S ‘ 0Wl *^ e «» receipt of this letter. 

Respec tfw.iiy f 



rrr 


Acting Sec re tar:', 




:IV BR Jinfl! (SEW) 


6 ^ 

/ 



TREASURY DEPARTMENT 


WASHINGTON July 9, 1 



p. 


Enclosure iTo*3 


cr.NAOUOTtUPMRIHIWt. 

BIGHT HANO CORNER- 


Superintendent of Construction 



Uew Mint Building, 

Denver, Colorado.- 


Sir; 


I enclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accept- 
ing the proposal of Mr. James A. McGonigle, in amount forty 
dollars (§40), as an addition to his contract for the completion 
of the building in your charge, to furnish and place galvanized 
iron vent flue in terra cotta partition at the Acid Laboratory 
roon in second story of said building, as indicated on drawing 
No, 102, all as stated in said letter of acceptance, and you 
are hereby authorized to certify and issue vouchers on account 
of this addition, as required by the term3 of the contract and 
the printed "Instructions to Superintendents", payment of which 
vouchers the Disbursing Agent has been authorized to make from 
appropriation for Mint Building, Denver, Colorado. 


Respectfully, 


/ 




July 9, 1903. 


. 


]Y James McOoniele, 

1 * Hew Mint Building, 

Denver, Colorado. 


In vie?/ of the statement and recommendation contained, in 
letter of June 26, from the Superintendent of Construction of 
the new Mint Building, Denver, Colorado, arid in accordance with 
the approval of this Department, your proposal, dated June 25, 
1903, addressed to him, in amount forty dollars (^40), is hereby 
accepted, as an addition to your contract for the completion of 


I the said building, dated August 25, 1902, to furnish and place 
the galvanized iron vent flue in the terra cotta partition at 
the Acid Laboratory room in second story of said building, as 
indicated on drawing Mo. 102, b\it not noted “new”, t e ano-.iht 
teing deemed reasonable and a public exigency req.«iriih, 


immediate performance of the work. 


I lights of the United States 

j *•»<>, to any and all rights 

auretie* on the t0 nd executed for the i 


^t is understood that 
ti "e for the completion of 
four oontraot', that the saa 



faithful fulfillment of 


the contract. 


Bleaae acknowledge 




Respectfully* 


Acting Secretary. 




mra(KEff) 



0 


TREASURY DEPARTMENT 


WASHINGTON July 9, 1903 


* REPLYING. QUOTE UPPER INITIAL 


RIGHT HAND CORNER 


Enclosure No*10# 



Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


T enclose herewith, for ycur information and the files of 
your office, copy of letter this day addressed to the contrac¬ 
tor for the caapletion of the building in your charge, relative 
to sampie of mosaic submitted for approval in connection with 
his said contract, which letter explains itself, and the approved 
sample, referred to therein, is forwarded you, under separate 

cover, for the files of your office and your guidance in accept¬ 
ing the work. 


Respectfully 


EOP 







pSiVSH HINT dm ). 


' Tul y 9, 1903. 


Mr, James A# MeGonigle, 

Denver, Colorado. 

Sir: 

I have to acknowlsdge the receipt of your letter of Jun . 

25, relative to sample of mosaic homer previously submitted for 
approval in connection with your contract for the completion 
* new Mint Building, Denver, Colorado, and you are adviued 
t at mosaic, ae represented by the sample, is approved as to 

48#1Cn color » Provided the marble furnished is in accordance 

* lth the 00ntr *®t reqidrements, namely, l/2* thick; Maple 

itted being only l/4” thlek, arid you are further adviaed 

the same kinds of white marble Should be used in terraszo 
field ,, 

j if possible. 

Re spec tfully, 

Supervising Architect, 

BOP 



jjfKVffi HINT (HW) 



wrepiying quote upper initial, 
right hand corner. 


Enclosure Ho,16 




SI 


TREASURY DEPARTMENT 


WASHINGTON 


July 11, 1905. 



Superintendent of Construction, 
Rev; Mint Building, 

Denver, Colorado. 

Sir: 


This officers in receipt of a letter from the Acting 
Director of the Mint, a copy of which is herewith enclosed, for 
your information, recommending that a door he cut through the 
partition betv/een the Superintendent's private office and the 
chief clerk's office, on the first floor of the building m 
your charge, and you are directed to obtain a proposal for 
Placing the door, as desired, and forward the same to this 
office with your definite recommendation. 


Respectfully, 




20 ? 



copy. 


Washington, July 9, 1903. 

The Supervising Architect, 

treasury Department. 

Sir: 

At the suggestion of the Assayer in Charge, Denver Mint, 
0 -id, Mr. Kealy wishes to recommend that a door be cut through the 
partition between the Superintendents private office and the 
chief clerks office in the new Mint building, first floor, at 
Denver, Colorado. The above mentioned door to be in line with 
and ol the same size as the two doors in corridor connecting 
the Superintendents main and private offices. 

Respectfully, 

Acting Director of the Mint. 

P.S.H. 


POP 


J 

F.3.I7. 

% 

TREASURY DEPARTMENT 

WASHINGTON July 11, 1903. 

IN REPLYING. QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 



Superintendent of Construction, 

United States Hint (new), 

Denver, Colorado, 

Sir; 

In reply to your letter of the 6th instant, relative to 
the dimensions of opening through roof of ash pit, you are ad¬ 
vised that the sarne must conform to the dimensions given on 
drawing H-214, to suit the ash hoist approved, the work of 
enlargement to be done by the contractors for mechanical equip¬ 
ment . 

Respectfully, 



IOTER, H3U UIN 







— HINT. 



J7 


inclasure 62. 


TREASURY department 




RIGHT HAND CORNER 



Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


I inclose herewith, for your information and the files of your 
office, a copy of Department letter of even date,accepting the 
proposal of James A.McGonigle, in amount one hundred and seventy- 
two dollars (&172.00),as an addition to his contract for the 
completion of the building in your charge, for additional copper 
condensation gutters under skylight,etc.;and you are hereby au¬ 
thorized to certify and issue vouchers on account of the work,as 
required by the terms of the contract and the printed "Instruc¬ 
tions to Superintendents", payment of which vouchers tho Disburs¬ 
ing Agent has been authorized to make from the appropriation for 
^int Building, Denver,Colorado. 


& 


Respectfully, 



JSS 


ervisin 



HR? til HT« 


July U,10OS* 

A.MoCKmigla, 

How Hint ^Hiding, 

Donv'ir, Co lorn "to • 

Sir: 

In via* of the statement and reoor; ondntion contained in let¬ 
ter ol t;w 34th ultimo* fro; t.»o Euporlnt ndent of Conatructlon of 
i!w ivw Mint Bui run,•, Donyer.Colorado, and m accordance with the 
lljrovnl of tnln Deportment* your roniiul, date* the 3M ultlro, 
s to hii # In amount ona nundrorl and e#vtmty-iwo dollare 

((178* ), Ip h«r»t>y accepted, a# an addition to your contract 

Utod Au^m t Zl , 1 >02 for tho ootrpiotlon cf tha building, to 
turninh and pX*voo additional ooyi.or oondonwatlori guttorfl under 
HtyU£ht # otoo ,ln accordance with tio tore* of tho Rupwrintondont*« 
loiter to you of tho ItHft ultlr.o, and to hin entire satiafaotlon, 

& public exigency requiring tho ohtinga* in the wor * 

It la understood and Vnai this acceptance 1* not to 

affect th<» ttir-ft for tho eomplotlon of tho w«* as required hr the 
terns of your contract; that tho ewae le without prejudice to any 
and »U ru-hta of the United States thereunder;and without »roju- 
«lae,. lM , to any and all ri G ht* of tho United State* afalnet the 
•hr-'tloR on tho bond executed for th« faithful fulfliicent ol 

contract• 

Please acknowledge the recelft of thl ’ 1,vU ' r ‘ 

JROSpWOtfttl *V / 

A ctiRf SflCrCtOT'* 

JeOeP. 





DELIVER,lOSW MINT« 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


(ESCLOSIEE #1345) 


& Cj 

TREASURY DEPARTMENT $3t0 

WASHINGTON July 14 > ^ 


Th9 *»•«»*—»* of Construction, 

United States Hint Building, 
Denver, Colo rado. 

Sir: 


here is enclosed herewith for your i r 
file a copy 0 f a „ wfo taxation and 

rector of the Mi IMUnl ° ati0n ° f July 13 th fro. the Di- 

traveling e nt,relative to the dimensions of the 

«-Ye.Ling crane for 

0r engine room of the 

are the q„ r . A building for which 

• =o W „ «* 

««“. rna , «»„, 0 lM , tot> _ 

of the engine room' is^eT^ ^ ”* ^ ““ WWth ° f 
10» in the clear. * ’** n#W &S P ossi hle,to 28* 


Respectfully, 



SUBJECT:- DENVER HINT,NEWT. 


treasury department, 

bureau op the mint, 

Washington, July 13, 1903. 


The Supervising Architect, 

Treasury Department. 

Sir:- 

In order to definitely determine the dimensions of the trav¬ 
eling crane for the engine room, U.S.Mint building, Denver, Col.; 
hr. Box, Supt.Denver Engineering Works, representing the contract¬ 
or, Alfred Box & Co., Phila. ,Pa.; Mr. Ullery, Superintendent of 
Construction of the Mint building and Mr. Healy, representing the 
Mlnt Bureau > have taken measurements of the engine room and agreed 
on a dimension of 28*-10" as the width, in the clear, of that part 
oi the engine room as covered by the crane travel. 

I will thank you to notify your Superintendent of Construction 
of the Denver Mint Building that the above mentioned dimension 
should be held to as near as possible to do so, as the crane bridge 
is now under construction, with the length of same based on this 
dimension of 28»-10". 

Respectfully, 

(Signed) Geo. E. Roberts, 

Director of the Mint. 

f.e.h./h. 


mm. 


i 

$ | 

In ncr-Lvma to this Letter the 
INITIALS IN UPPER RUJMT-HANO 
CONNER MUST BS REFERRED TQ. 



Treasury Department, 

OFF.CE OF THE SUPERVISING ARCHITECT. 

Washington, hi 2 y U t iso,*. 


The 3)ircctor of the L'int, 
i ro usury Lepurtiaent. 

Sir: 

Tte 0fflQ ® iB ln of your letter of the 13th 

instant,relative to the diaensiono of the travelin,- 

crane for the engine room in the no* Uni toe’ States Ittnt 
Building at Denver,Colorado,and in reply you are advised 
that the Superintendent of Construction h&e this day been 
instructed to sec that the width of the engine roon in 

az.id building is kept,as near as possible,to 20 T 10" in 
the clour* 

Respectfully, 

(Signed) J. K. TAYLOR, 


Supervising Arohiteot. 


jghvbh kiot tew] 

LI 



£o 


Inclosure 1828, 


treasury department 


WASHINGTON TnT i r 

July 16, 1905, 


-S'/sr 


IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


superintendent of Construction 

f n 

. S. Hint, 

Denver, Colo. 


sir: 


-'.eferring to your communications of the 6th and llth inst- 

“* “ rSl£ti ° n t0 tMs »*««. Please find inclosed copy of a 
leUer tUS d&y aadress el to the Diebold Safa & lock Company, 
contractors ior the installation of vaults in the building 
u..dei voor charge, which explains itself in regard to the eon- 
oi .no lining oi the large storage vault in the base- 

Kent. 

authorised to direct the contractor, llr. J. A. lie 
proceed without delay and construct the walls that 
P-aCea around this vault, so as to permit of the com- 
other work in the basement embraced in his contract. 

JcjpQ, >Z2TJ2.fi "fc 

carei^i, however, to see that these walls are placed 
- roper lines so as to permit of the installation of the 
when it is delivered. 

-.espect fully. 



treasury department 



INttPlYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


WASHINGTON 


16, 1906* 


** Dtcbold Zkft 6 to< * go8 , p<my> 

S*at©tt f Ohio, 

3 tut lendn: 

~*U«Un of the 10th l28t4lnt hcB b#en rooeiTtd 

Wlrtlon to the conntruouon of the Uninc of the otor*,e 

“ th ° b6MB,etlt of th * «** bundle at ^ n v, r . colo . ( 

«& ra«©a in & ooatraot with yon. 

reply yon «•, infold that the Joints of the V8 nlt 
■C d «io oonneotiono of the coaptrtncntB thereto con 

bc ^ oorowoii |k| aJ>tt 

Jhia „ oonneotiono to be made with rlrou. 

MMtaloUw 1® lo wocttlnnoo „, th tho 
•peoifioetlon aw vo „ Prorieieno of the 

eerily. *** r ° 5a * oUa t0 *»«*• the worh tt0 . 

•nt of Z2>2l KiU be r0rHarde ' 3 to tk8 -BPWintend. 

the erection of £ \ ** •"**** 

Which the linln ia * ftrouni! thJ -« w.ult iMcdletely, after 

- ^ be oonetruoted in P l Me by you. 

4 •»P«CtfUUy # 

Signed) j, x. Taylor. 

♦ ttPdanrij.iBe yjpahltdot. 


TREASURY DEPARTMENT 


jBKTHR MINT (NSW) 



IN REPLYING. QUOTE UPPER INITIAL, 

RIGHT HAND CORNER 

Snclosure Ho.40. 



Superintendent of Construction, 
Denver Mint (Hew), 

Denver, Colorado* 


WASHINGTON July 17, 1903. 


Sir: 

I enclose herewith, for your information and the files of 
your office, copy of Department letter of even date, accepting 
the proposal of S. Faith & Company, as an addition to their 
contract dated August 9, 1902, for the mechanical equipment of 
the building in your charge, in amount thirty-four dollars (£>34), 
for making certain alterations in the work embraced in his said 
contract, all as stated in detail in said letter of acceptance* 
You are hereby authorized to certify and issue vouchers on 
account of the work, as required by the terms of the contract and 
the printed"Instructions to Superintendents", payment of which 
vouchers the Disbursing Agent has been authorized to make from 
the appropriation for Mint Building, Denver, Colorado. 

Respectfully, 


SO? 



dbhvjsr lii.'T craw) 


July 17, 1903. 

Messrs, S* Faith w Company f 

#2427 Pennsylvania Avsrme, 

Philadelphia, Pa. 

Gentlemen: 

In view of the statements and recommendation contained in 
letter of June 26, from the Super in tendon t of Construction of the 
new Mint Building, Denver, Colorado, and in accordance with the 
approval of this Department, your proposal, dated June 19, 1903, 
addressed to him, in amount thirty-four dollars (§34), is hereby 
accepted, as an addition to your cortract dated August 9, 1902 
for the mechanical equipment of said building, to install a 
1 1/4- conduit, with #4 If & S guage conductor running from June- 

-as*- 

tion box A-8 on power circuit #18, drawing l?w-S9 of floor con¬ 
struction, to a point about 5* 9" above heater room floor, 
as fully set forth in your above mentioned proposal, the amount 
being deemed reasonable and a public exigency requiring s 'Oji 
change in the work. 

It is understood and agreed that this acceptance is not to 
affect the time for the completion of the work as required by 
the terms of your contract*, that the same is to be without pre- 
ludice to any and all rights of the United States thereunder, 
and without prejudice aleo, to the rights of the United States 
against the sureties on the bond executed for the faithful ful¬ 
fillment of the contract. 

Please promptly acknowledge the receipt of this letter. 
Respectfully, 

Z 9 Acting Secretary. 

J.c.p isop 


Form ISO. 1 
jjd. 8 291901 1.000. f 


ADVISING SUPERINTENDENT OF REMITTANCE OF FUNDS. 


6 ? 


treasury ^zpMtmeut? 

office OF THE SUPERVISING ARCHITECT. 

Washington, D. C., July l 7 , 1903 • 

Superintendent of Construction, 

Mint Bldg,, Denver, Colo. 

Sir: 

Your Estimate of Funds required during the month of 
July , 1903 , for the work under your charge has been 

received, and you are advised that a remittance of $ 30,000.00 

t,o the Disbursing Agent, has been requested. 

Respectfully, 



Chief Executive Officer. 




Printed Heading. 


Denver, Colo., July 20th,1903. 


Mr.L.Ullery, 

Supt.Mint Building, 

Denver, Colo. 

Dear Sir;- 

In answer to your iAtt a - _ . . 

Chlef „ t 7 6tter aSkiag f0r bi <* placing door in 

thief Clerks room received. I win ,>„ + 

,, „ 11 CUt 0ut °P enl »S ia part111 on, furni sh 

llnt_e,repair plastering and make door frame casin, h . 

, . r * ne cas lng>hardware, etc., com- 

-«- 

Yours truly, 

(Signed) Janes A.McGonigle. 



pjMVTTR W1i!W UXUT 


Cit 



Inclosure 81 


TREASURY DEPARTMENT 



WASHINGTON July 18,1903 


IN REPLYING. QUOTE UPPER INITIAL. 




Superintendent of Construction 
New Mint Building, 

Denver, Colorado . 


Sir: 


I inclose herewith, for your information and the files of your 
office, a copy of Department letter of even date,accepting the 
proposal of S.Faith & Co., in amount one hundred and eighteen 
dollars ($118.00), as an addition to their contract for the me¬ 
chanical equipment of the building in your charge, for gongs, 
batteries,additional wiring, etc.,as stated in the said acceptance; 
and you are hereby authorized to certify and issue vouchers on 
account of the work, as required by the terms of the contract 
and the printed "Instructions to superintendents", payment of 
which vouchers the Disbursing Agent has been authorized to make 
from the appropriation for Mint Building, Denver, Colorado. 



Respectfully, 



JSS 



a « 2r -i . 


July 18,130'*, 


fc»?$it -1 fr, Co*, 

* #i-*r.? ?>»*:.> *H* *a v onuo 
Pllia ‘».i£hi* f P$u 


i 


oeAM'^nn: 

In via* of th«* statorant and pacor.^atwlation oontainoi 

in X.ittor of ih* $$th *iiUr c, fror. tho Shiiwintondont ol con* truo~ 
liou o'; tv* now *?ir*t -‘^ti.Hinr at now?#r,Colorado, and in aocori* 
ar.c* vatn tv> 0 / tai*- s<n>*rti::*nt # rotip pr<nof;*i, dotvi 

t r*tn nltlrco, in amount cnn Vtnlrnd ars-i olfthtwn cioi-ura 
( km«c&), Ut hor’oby no-; ;*Vv% a# an r lition to ^mtr oontr-ct 
dnVrt August p # i;iys for tun r oohanionl wjuiprant of tno mil 11 inf# 

I ’ * 

for ^nrnfk^ttoi*ioa,« i ivloml vlrlhf,*io*» in accords! 10 a with 
th® ter ? of tn<* auporiatonlont *b i#lt®r to you of **y 18,1903, 
*?m to nia cr.tira satisfaction, ® publlo oxifrunoy roquirinr tie 
if r to p4frfoptr^nc»> of tv? or** 


It ia uniopatcoci and arroal tHat t?il8 ftooo^tsnco - ^ot 

w 4 ** tin* i'w tn«* of tho w*r* ** by 

tho t•?■»*"• a of you* contract; that tho ®*' ** i J? witnout tre,iuiica to 
any and all rights of tha Unit#! Ptoto* thoroundW • v - - 1 



tho -.ontract* 

1 ♦ 




J.c.p* 

JHS 


Assi^tar.t Socrotary* 



DENVER NEW MINT 



Inclosure 30. 


TREASURY DEPARTMENT 

WASHINGTON July 18,1903. 



IN REPLYING. OUOTE UPPER INITIAL. 

~ RIGHT HAND CORNER. 

■frfo 

superintendent of Construction, 

New Mint Building, 

Denver,Colorado. 

Sir: 

I inclose Herewith, for your information and the files of 
your office, a copy of Department letter of even date .accepting 
the proposal of S.Faith * Company, in amount two hundred and eighty- 
three dollars ($ 283 . 00 ), as an addition to their contract for 
mechanioal equipment of the building in your charge, for 
wiring and electric outlets for li^te along new plan, over ^ red 

— of first and second —^ 

ance; and you are hereby author^ ^ ^ of the contract 

on account of the worK, as requ of which 

and the printed "instructions t the 

a efft-nt has been authorized to mak 
vouchers the Disbursing Agent nas 

appropriation for Mint Building, Denver,Co 

Respectfully r 






July if,! 0 *.- 


* co, # 

* 24 *? Ponn*ylv:*nia Avomm, 

Will 

fron. vi ■-* >-f\: 

In -a*?v of tn«? »tat orient A.n«i rooo&jfojutation oonv?in«i 
in .«.t*tv*v 01 t.!;o .'• i,i u.\tii?.Oj fyop t v io superintend**?^ or con*true* 
q I ? m < . 'ini Pul l* inr *i r «n**r,Colorado, **M in aoeori- 
ftiiC i with ipprovol or tnia ftepartrcnt,your proposal, dttod tho 

IHI ulti n •'• to bir. f in *rount Xvo hurvir • '• "~ 

V:\Ti: dollar/' (i>&8S«0C), io ftwrtjy nocoptwl, »» an addition to 
yOun contract da tod Avnrust 9,1903 for tft* r.cohnnlosl «quij*»«mt of 

Vm ui.l-ii‘0, to n'Mitional wiriri£ and «l«otrio eutloU fop 

I if "it,; el&ng new pianfc oalfco ov**r fur^i calling'll oj first • <vi 
e-jcond «tori of , in accorianca vitn tfro torr<« or ibo euporintaaOunt ’ • 
lmt%&v to you of Uiv? X*,iiG5 # *nd fcluo print* rotrabarart X and a 
public attorney requiring: tho ia8;«<iioto perfonaanaa oi tfto 1por ■♦ 


to affect the tine 
Vno t«y?r.ft of your c 
ar.y ani * 4 XX rights 


t reju-ica.alao, to 
t>i« eurotiaa on the 


t in contract* 


It If uiy! 


Plaaao ac 



•}« ' * ■ * 


JHR 


Af*rii:t»nt *aorat»*r% 


t 23®SR , NE'I VZWZ 

- lB p 



' ’ F.B.ff, ^ 

TREASURY DEPARTMENT ^ 


Washington July 10, 1903. 


,N REPLYING QUOTE UPPER INITIAL. 

hghthand corner. 



U^CLOSURB 1328) 
(forwarding) 


Superintendent °f Construction, 

U. S. Mint Inew), 

Denver, Colorado. 


Sir: 


, . fVl for vour information and 

Xhere is enclosed herewith, tor j 

, ^ ft , thi8 date addressed to Messrs, 

files, oopj of Office letter of this 

, , , . Pennsylvania. approving sample 

s . mt* * co.. of mi—wa*. > t „ 

of tablet and deslgnatlns numbero an. 

- ■»—- - -“r- 

tract for the mechanical equip 

, A h(spn forwarded to you 

charge. The approved samples aV 
this day by express. 

Hespectfully, 










\*s 

V 


IN REPLYING QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


TREASURY DEPARTMENT 


WASHINGTON ^ V |Q 9 |, 


. & Co», 

3427 ;■annaylvitfUa Avenue* 

Fonnay iv»nta. 

OontURtfftt 

;i»fer?i«5 to your lot tor of th© 7 th Anatunt* rulrtt .*• 

to tiie black m*ml desisting mtfo*** otters for ua» on 

1 distribution tublets* afl ■» aufci»itt<n‘ •- *** ‘*°~ 

contractors* ycu arc adtiwtf tn® or® ** 

tv,at t* *•**!*• hav* been forward to the Superintendent of 

CunatrucUon at the building, for hU information n»,t. *ul 
rncoo on^v ?l<m* howw/ *ro not to V urru on Me war 

same war*: rat all perfect. 

s v. . *. * „_ * y w vour iiub-contractora# 

3*n;>l* UW. A 3 , 8UV>Ut*a t>3f -* 

• y% vfiti with th# exceptlon of the 

has bean received* and l® approved 

codanotlne nu:?.'*!** «v5 Xetters n«* ««. Ul<: *** J ‘ ^ “ 

Lnetesd of Wm *. »nd •**•** *-** * ^ ‘ 

m nun^r, «i not o^.nted *» um ml “ "T 

, . * su->*rint<,»d«»t of ooratruotlon. 

‘i*» * 1 bo boon tammeOai to the sup» r *" 

«u ,™ n. mi >»t . «t or J~““ 
m U,»» m, 0 . PTO oo» «on« - - ““ 1 “- “ * 
aatlaffttitory to tbs 3uparlnten^ nt * 

Haa^ctfu tty* 

^y^crv l a In j Archi te et. 






the western union telegraph company. 

A ” -- INCORPORATED — “L_ rx 



the following message 
liable for errors or delays 
writing within sixty day* 


NEVER CLOSED. 


' .* 


U, 


■H 


v r: 

r 


RECEIVED at 1114 to 1118 17th 8t., Oenur, Colo. 

36. K3. Dm. Ms. 27 Paid. Gav'A 
Washington D. C. July, 22 • 

Supt of construction New Mint Bldg, 

Denver, Colo* 

issue one voucher to James A. MeOonigle for amount due at this time 
Letter. 


j. K. Taylor, 

Supervising A< 


8:20am 


/ 



















Printed Heading. 

I 

Denver, Colo., July 19th,1903. 


tlr.L.Ullery, 







Supt.of Mint Building, 

Denver, Colorado. 


Your letter regarding bid for vault closet in Cashiers room 
received. I will make the changes and complete vault closet according 
to plans and specifications for the sum of $550.00. 

Yours truly. 


(Signed) James A.McGonigle. 


V 


DENVER NEW MINT. 



inclosure 91. 


TREASURY DEPARTMENT 


WASHINGTON July 21,1903. 



IN REPLYING. QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



Superintendent of Construction, 
Hew Mint Building, 

Denv er, C o lor ado. 


Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date,accepting 
the proposal of James A.McGonigle ,the contractor xor the cornple 
tion of the building in your charge ,to substitute,without addi¬ 
tional cost to the Government, hard Alberene stone,in lieu of 
granite specified, for floors of refinery and refinery drying rooa 
in the second story, all as stated in the said letter of acceptance 


Respectfully, 




' RJr i-isi. 


• tr'fiinHjj J^oOcnirXo* 

K«« Mini Burning, 

nanvoy^oiorado. 


July 8Q,i‘joz. 


sir; 


Xn vi,iv or tii 


'1V» * it* t#>J, fi .(1 

I * °°o*B«Mn tj.on com u 'in i itt 

| « th« 1*U r^. o, tror t*. HporU.t-x it cr NMdmi« or 

th# "** mWln ^ *♦' courts. yo,r «. t * lha 

: A 1 °* r '"-- rm r ' lyi to Mb, i- norasr M0«tM to nuontituta 

b *- ' jU *‘ ,rena m il« 0 f eranita »iwiriM, r , m 0M ' of 

t vaflnary ’-rlnf rca-ji in tow eaooirt Btorr o> tin t-ud- 

inf * in ac“M)rl*i*.fo *it i th* torr k oi the i&porintwndant** lottor 

Sto,y©n o; the etf! public srtganoy r*eiurin, tni#? :.\n ,r« 

. . fj 4 ' • /> »which is to he without additional cost to the Government 

^naer^your contract of August 25,1902,for completion of building. 

it 1 r, under toed afroM that till* acceptunc# i« not to af- 

^ f >ct the Mn« for th* oonplaiiQfl or the worfc ai» r^iulred by the 
tor / of vv-i /-ontract; that tH<* were la without nrajudi*# to any 
am -11 Tip,at;; or tho unitod gtatao thereunder; and without pr*;»u- 
dio^,nl?'o, to &ny am all rights of the United Stater afp.inot the 
rurotle* on the bond executed for th* faitJtful fa.u p i.iu: mt of tha 
contract* 

Pleaw* %cfcno*ia4£* th* receipt oi * :5, ‘ 1 ' 1 9 

*nicn nu in» i tmiDid to «• 


or 


K. 


Aaoiotmt sacr»t»ry, 


HSNVKR MINT (K£W) 



•N REPLYING QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

Enclosure Ho.2653. 





treasury department 

WASHINGTON J uly22> 



1903. 


Superintendent of Construction. 
xTew Mint Building, 

Denver, Colorado. 

Sir: 


There is forwarded you herewith copy of letter dated July 9 , 
1903 from Mr. F. E. Healy, Engineer in Charge, relative to cer- ' 
tain matters in connection with the building in your charge, and 
you are advised that the suggestions made hy him are approved, 
c.nd t ou a 1 e directed to secure a proposal for the work suggested 
--r. Healy, and forward the same to this office with your 
definite recommendation. 


Respectfully, 



SOP 



TREASURY DEPARTMENT 
BUREAU op THR 1IIKT. 

Was! ling ton July 9 1903 

The Direct or of the Mint, 

Washington, D.C, 

Sir: 


Dur ing „ recent visit to Denver, Colorado, I tried to bring 

a,out so™ agreement between the Postal and Western Union telegraph 

compares, in regard to bringing their lines inside the new Mint 

bunding, located in that city. The Western Union company would 

not agree to a part payment for the installation of the necessary 
conduit. 


v-sh to recommend that a two inch ( 2 ") conduit he installed 
t.ie Supervising Architect, to extend from pdle at back of build- 
S to the telephone room on mezzanine floor: then a three-quarter 
(3/4') conduit from telephone room to the side wall of cor- 
between the Superintendents main and private office: outlet 
x to be placed four feet above floor on vault side of the above 
mentioned corridor. The two inch conduit will carry the following 
Wl res .-Two each, Western Union call box; Western Union time clock 
Wlres > Vault protection wires; Postal Te legraph call box; Pire- 
Alam out side wires; Police call outside wires. The 3/4" conduit 
ca -rry two wires each for Western Union and Postal call boxes, 
atGCl in °orridor, Superintendents office. An 8 " pipe, now in 
PlaCe thr °ugh main wall back of building, qiH allow this 2 " 

C ° ndUU *o b4 installed. 

Respectfully 1 

„ F.E.Healy, 

Engineer in Charge Denver Mint 
Equipment* 
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Supt. of Construction, 

U. S. Mint Bldg., 

Denver, Colo., 

Dear Sir:- 

We a.re in receipt of yours of 20th inst., snd 
would say that today we are in receipt of a visitfrom your Mr. 
Bergen, and have taken the matter up with him, regarding time 
in which we would ship Vaults E. F. G. & M. Please he ad¬ 

vised that at this time we were unable to name approximate date, 


but have requested him to return in about six weeks, at which 
time we would be able to give him a definite idea as to when the 
Vaults would be shipped. At that time we will be pleased to 
take the matter up with you also. 







































£,Yr3< HINT (N3SW ) • 



^closure No.2670. 


i 

TREASURY DEPARTMENT 

WASHINGTON / 

July 24, 1903, 


Superintendent of Construction, 

JTew Mint Building, 

Denver, Colorado. 

Sir: 

I enclose herewith, for your informatlonand tre file® 
your office, copy of a letter thle day addressed to the centres 
tor for the completion of the building In your charge, w -c: 
letter explains itself. 





Respectfully* 


«Tuly 1903. 


rr * A. HoGonigle, 

2ie\/ "int Building, 

Denver, Colorado. 

Sir: 

“ “ iUYC f '° ac!mowl«dge the reoei t of your letter of the 19th 
instant relative to the uae of Wilcox hangers in connection with 
your c atract for the completion of the new Hint Building at 
Denver, Colorado, and you ara advised that Vilcox hangers are 
approved for ueo in the work, whore required, provided such si^e 
is used as is anpla for the work required. 

Respectfully, 


Supervising Architect. 



|R REPLYING QU01E UPPER INITIAL. 
RIGHT HAND CORNER. 


Enclosure Uo.2651. 

Superintendent of Construction, 
Hew Mint Building, 

Denver, Colorado. 


Sir: 

I enclose herewith, for your information and the files of 
your office, copy of letter this day addressed to the contractor 
for the completion of the building in your charge, relative to 
the submission of certain samples, which letter explains itself. 
The api»roved samples, referred to therein, are forwciraed you, 
under separate cover, for the files of your office and pour 

guidance in accepting the work. 

The following telegram, sent you today, relative to -he 

issuance of voucher to the contractor for the amount due under 

the terms of his contract up to this time, is hereby confii 

"Issue voucher to James A. McGonigle f° r amount due a 
this time. Letter." 





> T «ly 22, 1903. 


’r. Jane a A. "^Gonielo. 

Colorado. 

Sir: 

-aye to aej.-nowi8df;e the receipt of you- letter of the 
17th Instant and, under ner.arate o TSr , the m*!.. referred to 

therein, submitted for approval In connection with your contract 
for the completion of the new Hint building, Denver, Colorado, 
and you are odrised that the following are approved for use, 
v/hcre required, in the building, viz: 

¥reught iron; 

Bronze as to casting, provided it is ohased where nee* ssary. 
ia understood that in carrying out all the wrought iron and 
bronze work, the designs, sizes, etc. art to bo as required by 
the drawings and details. The approved samples have been forwarded 
to tiie Superintendent of Com truotion for the files of liie office 
and his guidance in aeoopting the work. 

I 

As this practically completes the submission of samples, 
except hardware, the Superintendent has been directed to issue 
vouchers for the amount due under the t^rms of your contract 
up to this tine, and upon receipt of the samples cf hardware 
instructions will be forwarded to him to continue the issi^uioe 
of vouchers# 

Respectfully, 


Supervising Architect. 


JRCP 


(KBW) 

TREASURY DEPARTMENT 

WASHINGTON J ul y 2 2, 1905. 

jhrepiyihg quote upper initial, 
right hand corner. 

Enclosure No.2652. 

Superintendent of Construction, 

* ITevf Hint Building, 

Denver, Colorado, 




DX i • ^ 

I enclose herewith, for your information and the files c 
your office, copy of letter this day addressed to the 
f or the completion of the building in your charge, relative 

to the approval of certain samples submitted by him, ana the 

^ »re forwarded to you, 
samples referred to therein as approv u - 

,, j>i-| eg your office and yo 

under separate cover, for ne 



SOP 


V 




^ arm) 


Ally 22, 1903 * 


Icr. 3ar.cs A. kcgonfgle, 

Denver, Colorado. 

Sir: 

I have to acknowledge the receipt of your letter of the 17th 
instant, mid under separate cover, the samples referred to therein, 
8uhr.ltted for approval in connection with your contract for the 
completion of the new Hint building, Denver, Colordao, and you 
are advised, that the following, as represented by the oa^aeo, 
are approved for use, whore required in the work, vis: 

Yerrasso; 
jfcianeled hriok. 

Thejfiprtrred sonples h«ve h«en forwarded to the Superii.teiKient of 
Construction for the files of his office and his Ruidanoe in 

accepting the work. 

Respectfully, 


Supervising Architect. 


SOP 


HOT HIHT BUIIDIHG DKHVBR 



TREASURY DEPARTMENT 



Washington July 27, 1903. 


IN REPLYING QUOTE UPPER INITIAL, 


RIGHT HAND CORNER 

Enclosure No.2675# 



Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


I enclose herewith, for your information and the files of 
your office, copy of Departmental letter, of even date, accept¬ 
ing the proposal of the Diebold Safe and Lock Company, to deduct 
the sum of forty dollars ($40) fromthe amount to he paid them 
under their original contract for safety vaults and work in¬ 
cidental thereto, for the omission of certain decorative paint¬ 
ing on vault doors E, F, G and M and on storage vault in base¬ 
ment, all as set forth in detail in said letter of acceptance. 


Respectfully, 





Acting Supervising Architect 


EOP 




DCTVHR MICT (HSW) 


July 27, 1903. 

| 

Diobold Sal*6 and hock Company, 

Canton, Ohio, 

Gentlemen: 

Your proposal, dated .Tuly 17, 1903, to deduct the sum of 
forty dollars ()AO) from the amount to he paid you under your 
contract, dated December 1, 1902, for safety vaults and in¬ 
cidental work at the new Hint building, Denver, Colorado, for 
emitting decoration on vault doors 'E.P.G. & U and basement 
storage vault, its accepted, a public exigency requiring such 
change in the work. It is understood, however, that the doors 
are to he finished in plain aluminum bronse as required by 
the terms of your contract, the decorative painting required 
in addition thereto being the only portion of the work omitted 
under this acceptance. 

It is understood and agreed that this acceptance is not to 
affect the time for the completion of the work as required by the 
terra of your original contract; that the sane is without pre¬ 
judice to any and all righto of the United States thereunder, and 
without prejudice, also, to all righto of the United States 
against the sureties on the bond executed for the faithful 
fulf illraont of the contract. 

Please promptly acknowledge the receipt of this letter. 

Respectfully, 

T. 

dT.C.P. 

350P 


Acting Secretary, 




Inclocure 



IN REPLYING QUOTE UPPER INITIAL. 
RIGHT HAND CORNER 


treasury department 

WASHINGTON July 28,1905 


Superintendent of Construction, 

-. Hint, 

Denver, Colo. 

I 

Sir: 

Deferring to your communication of the 20th instant in 
relation to the completion of work on the interior of the 
building under your charge, there is inclosed herewith for 

' C ' ir i:i ' orm&t i° n a °°Py of a report of the 25d instant made 
' * " * •' 0l °' ln » « r ault, Safe Co lock Expert, in regard to 
uhe pit partition of the vtults at the shops of the Diebold 

- - v/Ompany at Canton, Ohio, lou will "be further 

c*d/*sei.. v.uen more definite information is obtained in regard 
1,0 P r °b'-°le dates oi shipment. It is requested, however, that 
“ 0u W - Lj -1 please indicate the sequence in which you desire the 
v.-ul^s constructed in the building-, in order that the informa- 

UaC11 given to the contractors as early as practicable 

ior their guidance. 

Respectfully, 





Acting Supervising Architect. 


CANTON, OHIO, 


July 23, 1903. 


To the Supervising Architect, 

Treasury Department. 

Sir: 

Acting cn instructions o' tb* lath Instant, i visited the cffloe 
and snope of the Diebold Safe and Loch Co., on the 22nd and ??rd 
instants, tc examine Into progress on the vault work for the New 
hint building at Denver, Cclo. 

As to the conditions existing. The reason the Diebold Cc. , 
asked for 18 months time was not because the cor? tract Jon of the 
work would actually occupy so much time but that they had so n>uch 
large work then under day that shop space ard machine tools could 
net be put at its service promptly. Their shops are now b^jng 
cleared of that work, and active construction ur.dftr thif contract 
win begin shortly after August 1st, next, ^nd ""itnin six weeks af¬ 
ter that cate they will be prepared to furnish closely a] proxjmated 
estimates of the time that will be required for each vault, coiplete 
in place. The present guess is to finish the first vault in lecenH 
ber next. The sequence as at present arranged, but '’i*ioh can be 
varied, if desired, it to complete vault •*% firet, closely follow¬ 
ing that comes vault *f"», vaults *0* and respectively next in 
ord=r. The basement storage vault, last. The V. St« doors to be 
fhrniehed at any time cn 6 or 7 weeks notice. A rtatement r to hen 

they will be needed is requested. 

as to progrees: All material h be AH contracted for and almost 

all has been received. The structural I beams from Carnegie Steel 


jj JiVEH, MIKT (mu), July 7.7,/OS, 


Page 8. 


co'b., off which test pieoww will be furnished, if desired. The 
framing angles* tecs ana bare* i’ long lengths, from RetuMic atoel 
and Iron Co* , on IA order at increaeed price to equal the spec if i- 
cation requirements, test pieces of which will be furnished, if de¬ 
sired. The open hearth steel pistes from Carton steel Co. ,f reaction 
of which at the mills waived and no test pieces furnished ,as the 
plates were ordered close to finished 8iEC8. The five ply steel also 
from Carbon Steel co'e. ,samplee of which, exactly as in «••>*** now 
await in* test by ycui irtment. ihe large steal castings apparent¬ 


ly equal in density to forgings. from the Otis Steel co. .Cleveland,0. 
The email steel easting from the Penn Steel Co., Peru, xnd. .most of 
me* are partly machined, none yet relished, none of which .how more 
than a few very small specfct which it if averted will tvr*lY cone 
out ir. the polishing. Four such castings, to be ewsot.co 

hearings for inner deers , were on a P lRrer ,r cuUlri£:s 

analytical test. The bronze eastings were made in o n 

. *i„ and ring lit* tempered 
wheels were finished, without an eppsrer ’ 

, .neivtical test 6'/ re®* repsrtment. 
steel, Cuttinge were taken for ane-yti ^ 

. „ , „ve been forged. Atu lee have 
The hoops for vaults E ,F ,0 31 1 “ ,-„ ul t j 

, a •'•iriehedo Hoop for 
been b^nt for f tors^e vault f but ret 7 * ^ 

• touted, hut net yet re- 
has b°.en fully machined ,ana hailed an- • 

!♦ T' is beine machined. 

streichtened. it i: o.K. Hoop for vault - Ir awing» 

lenment to workmen# 

other two have been annealed awaiting and br idfee# no 

and patterns are being prepared for rJ0Vnbla tlir ' ^ ttng . matfl rial * e 
gr^at progress yet. The boltwor* a* d ccrapreerci 

being out to Ei E -, 8 and active wdrk will **‘ ortlv 





July 25/03, 


J1EHVFR 


UIH1' (new) 


Page 5 


• In conclusion; rauoh preliminary work ha* h»»« 

y n,e b9 «« done, and by begin- 

„« ufUtot ~« T to of (M 

'”‘ UU “ or th, MM,. WW d, Mt , MU . 

delivering the rorK In advance of their contract time. 

Respectfully, 


Vault, Pafe and LocX Expert. 


\ 



Denver MINT (NEW) 



»H REPLYING. QUOTE UPPER INITIAL. 

RIGHT HAND CORNER. 

Enclosure No*2681* 



i 

treasury department 


WASHINGTON July 28, 



Superintendent of Construction 
New Mint Building, 

Denver, Colorado. 


Sir: 


I enclose herewith, for your information and the files of 
your office, a cop3 r of Department letter of even date, accept¬ 
ing the proposal of Mr. James A. McGonigle, in amount thirty- 
five dollars ($35) as an addition to his original contract for 
the completion of the building in your charge, for placing door 
"between Superintendent’s office and Chief Clerk's room, complete 
including hardware, etc*, as stated in said acceptance, and you 
are hereby authorized to certify and issue vouchers on account 
°f the work, as required by the terms of the contract and the 
Printed "Instructions to Superintendents", payment of which 
Vouchers the Disbursing Agent has been authorized to make from 
appropriation for Mint Building, Denver, Colorad 



Sop 


Respectfully i 




Acting Supervising Architect. 





D&iV® 1CI1TT (mw) 





W ’ J “ jes A. 2 iooonigi e 

Denver, Colorado?’ 


J “ly 28, 1903 


Sir: 


In vlew oT the st&teaentfl » ? 

lottsr of tt . S» P ,„ M ' “ '“"«*««• Contained 1, 

-”»* «*««*» d.u„. , to , ,.; - <• 

■» vvou;, is acceptad. f or ~ 1o ,, 

*■» , ... ' 1 “"* * 
CM«f ri. , \ P t omce and the 

c ' ^ 8 r °° m ’ ^ t>le " 9W Klnt Bui Wing at Denver, Colored 

r ; t*"** - “«**—«•«. „ 

.** 6r ° r ° 0n ’ 411 M Bet forth ^ detail In your above 
- nt j c n oh ’-ropoaal, a Publl* Mclgsnoy requiring such change in 

the work, the amount, * ich la deemed reasonable, to bo consider 
* C ' as an addition to your contract dated August 2b, 1902, i'or 
th ® corapletion of said building, 

it is understood and agreed that this acce /taaco is not to 
: ocl the t h.ie for the oompletion cf the ezitire work as fixed 
by the ter/ns of your contract; that the sane is without prejudice 
any and all rights of the United States thereunder, and without 
P r ejudice, also, to the rights of the United Stutee against the 
sureties on the bond executed for the faithful fulfillment of 
your said contract. 

Please pronptly ac 3 c. v ^owledge tlie reoeii’t of this letter, 

Re spec tf ully, 

*. 

J*c.p. 


Assistant Seer* tr.ry. 


pKHVER HINT 



Craw) 


IH REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


% 

treasury department 


WASHINGTON 

July 30, 



1903. 


^closure No*2688* 



Superintendent of Construction, 

New Hint Building, 

Denver, Colorado# 

Sir; 

I enclose you herewith copy of letter of even date, ad¬ 
dressed to the contractor for the completion of the building 
in your charge, relative to certain samples submitted by nim, 

4 

for your information and the files of your office^ 

Respectfully, 


BOP 





^rT^rVrSTR 7TTTT (3nw) 


^11 y 30, 1C03. 


!r * A, 

Denver, Colorado. 

Sir: 

1 have to (loknowledde the reo.^t of your letter of the 20th 
i fin tan t and, <md«r separate cover, the bob;, lee referred to 
therein from the Tiffany ^.oled Prick Company of Chioago, 
Illinois, whloh you state are euhr.ltted for approval in con- 

7le ' Tti0n ' 1t> '$" vur oontract for tho completion of the nev Mint 
hulldine, Denver, Colorado, and you are advised that as this 
office has already approved samples of naterials of tide nature, 
it does not understand why further action should be taken; 

therefore, you are requested to state what disposition you dosire 
to have r*ade of the samples* 

Respectfully, 


SOP 


Supervising Architect. 


V 


DE8VEH new hint 



’ Inolosuie 2644, 


TREASURY DEPARTMENT 

WASHINGTON AUg. 7 ,1903. 



IN REPLYING, QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 

New Mint Building, 

Denver,Colorado, 

Sir: 

I inclose herewith, for your information and the files of 
your office, a copy of Department letter of even date, accepting 
the proposal of James A.McOonigle, in amount five hundred and 
fifty dollars ($550.00), for constructing closet over vault M in 

cashier's room, complete, all as stated in the sail l6u ~ ex 
ceptaneejand you are hereby authorized to certify and issue vouch¬ 
er* on account of the worK, as required by the terms of the con¬ 
tract and the printed "instructions to Superintendents , payment 
of which vouchers the Disbursing Agent has been authorized 

from the appropriation for Hint Building, Don> 

Respectfully, 



I iWf KK* KIKT* 


7,1*03, 

Hr, J A*^cGonifi« # 

Haw Mint maiding, 

5 *m#or f Colorado* 

Sir: 

In vi-vv oi Vn<t Rtatm^nt anrt r«eorjMmbJtion contain*! in letter 
of tiv* r*5d uitino, fro" th# SuporlnV>ndant of Construction of the 
tm fluii'Un* in Denver,Colorado, and in accordance with the 

tvyroral of thl» Department, your proposal, d*tod the 19th ultimo, 
•d<Ufoe»«<i to hir., in amount five hundred and fifty dollar# (#S-0), 

1# fter.’-b7 wasted, a« ar. mWltlM to your oontraot data* Au ; nmt 
as.iwca for tha completion of the bulKUnc, to construct closet. 

8TOy T«axt ;»,*•■> ^ier*. roe», *t^i door,iron «.tnir«,ete., 

In sccord-noo with th. t*»*a of tno auparlntendanf. MM to fou 

, j „ jaak « p ^b ilo exigency yoQUifing tho 
cf Juno 1% 1903 end drawing /*o»> a ^ 

irradiate perforate no# of the *orK» 

tuAt ihi# a^coptanort 1? not to 
It in understood And ngr,»«A that 

. vl ,* lon of tno worh on required toy the 
af ,^ t t h# Ur.# for to# oospl#tlon o* 

tar „ of your contract i that tnc *• «*«“>“' 

!t ; of «. vnuad State, tender; «d rittM ^ca, 

k ; ; 0 '„ w ^ .u -e*. ^ -— stRte5 m% “ 

‘ L U«- on tbe bond exeou t ed for tn. fdttnnu 

' or - rouwa?.^ 


K, 

J.C.P* 

Jflf? 


Anniatant S#0' r *#t#r7 > , 



3XBHVBR MUTT (FEW) 


TREASURY DEPARTMENT 

WASHINGTON August 6 , 1903. 

IN REPLYING,QUOTE UPPER INITIAL, 

RIGHT HAND CORNER. 

Superintendent of Construction, 

Few Mint Building, 

Denver, Colorado. 

Sir: 

Referring to your letter of the 21st ultimo and to the 
sample of Colorado Portland cement forwarded therewith, taken 
irom material delivered on the site in connection with the 
contract of Mr. James A. McGronigle, you are advised that the 
same has been tested and found to he satisfactory. 

Respectfully, 

EOP 






AW 


treasury department 



WASHINGTON August 7,1903. 


The Superintendent of Construction, 
United States Mint Building, 
Denver,Colorado. 

Sir: 


The receipt of your letter of the 1st instant,rela 
tive to the construction of vaults "H M and "K" for the 


building of which you are the Superintendent of Construe 
tion,is herebjr acknowledged,and in reply you are advised 
that your action in requiring the contractor to counter¬ 
sink the rivets around vestibules on the inside oi these 
vaults is approved. 



B. 


(Printed Heading.) 



Denver, Colo., August 7,1903. 


Superintendent of Construction, 

U.S.Mint Building, Denver. 


Sir 


Replying to your request of July 25th, we propose to place a 
2" conduit to extend from pole at back of building to the telephone room 
on mezzanine floor in said building} then a 3/4- conduit from telephone 
room to the side wall of corridor between the Superintendent's win office 
and private office, the outlet box in said passageway to be placed four 
feet above floor on the vault side of the corridor, the 2- conduit to car¬ 
ry the following wires: Two each. Western Union call box; Western Union 
time clock wires; vault protection wires; Postal Telegraph call box; fire 
alarm outside wires; police call outside wires and the 3/4- conduit to 
carry two wires each for Western Union and Postal call boxes located in 

the passageway above referred to for the sum of THREE HUNDRED AMD FJFTY- 
FOUR DOLLARS(§354.00). 

Respectfully, 

(Signed) S.Faith Sc Company, 


Per Lewis* 




1903. 

Department Ciroular No. 76. 
Division of Appointments. 


Treasury Department, 

OFFICE OF THE SECRETARY, 


Washington, June 26, 1903. 

lo Officers and Employees of the Ti'casury Department, 

and others concerned, outside of the District of Columbia: 

It is hereby directed that no voucher, pay roll, or account for the salary or compensation of any 
officer, clerk, or employee rendering service under the Treasury Department outside of the District of 
Columbia, shall be allowed until the services for which payment is to be made have been actually 
rendered. 

Therefore, it is hereby directed: 

That officers required to certify that the services covered by such vouchers, pay rolls, or accounts 
have been rendered shall not so certify until the services to be certified to have been actually 
rendered; 

That in eases where the hist day covered by such vouchers, pay rolls, or accounts is Sunday, or 
is a legal holiday, they may be certified on the day preceding; 

That no officer whose duty it is to make payments on account of the salary or compensation of 
such officers, clerks, or employees shall make them without the certificate above required, and the 
signature of the approving officer has been affixed thereto; and 

That any oath or certification required by law or regulation to be taken, in addition to the oath 
°f °ffi ce > before payment of salary or compensation, in such cases, shall not be administered or taken 
until the services covered by the voucher, pay roll, or account presented for payment, have been 
rendered. 

LESLIE M. SHAW, 

SPECIAL MEMORANDUM. Secretary. 

-*— o 0 o-- 


Superintendents of Construction must not issue vouchers in 
payment of their salaries except on the fifteenth or last day of the 
month, as the case may be; and Disbursing Agents must not pay such 
vouchers unless issued as above indicated. If either of these days 
falls upon a Sunday or legal holiday, the voucher may be issued on 
the preceding day. 

Inspectors of Public Buildings and of Mechanical and Electrical 
work, who are paid from the Department, must wire the Supervising 
Architect, on the fifteenth and last day of each month, wherever they 
may be. the two words, "on duty". If either day is a Sunday or legal 
holiday, wire the preceding day. 


(y? Acting Supervising Architect 

lOJ^ 



DELIVER NEW MINT 


Form 180. 1 

VA. $ 29 1901 1,000. ( 


ADVISING SUPERINTENDENT OF REMITTANCE OF FUNDS. 





Treasury -Department, 

Office of the SUPERVISING ARCHITECT, 
Washington, D. C., August 8, 1903. 


Superintendent of Construction, 

Mint Building, Denver, Colo. 


Sir: 


Your Estimate of Funds required during the month of 


August 


1903 , for the work under your charge has been 


received, and you are advised that a remittance of * 40,000.00, 
to the Disbursing Agent, has been requested. 

Respectfully, 




Chief Executive Officer. 





Printed Heading. 



Denver, Aug.11,1903. 


Mr.L.Ullery, 

Supt .Mint Building,Denver, Colorado. 

Sir 

The walls around the Rotunda of Skylight I figured 
hard plaster,the light wells cenent mortar. On one of your pl,ms the 

walls around opening is marked cement. 

The specifications calls for cenent nortar in light wells. 

Please let me know your views about it. 


Yours truly, 

(Signed) James A.McGonigle. 


Printed Heading. 



Denver, Colo., Aug.15,1903. 


Mr.L.Cilery, Supt .Mint. Building, 

Denver. 

Dear Sir:- 

Yours of August 12,asking for bid for furring and expanded met 
al for ceiling in skylight section received. 

I will furnish material and labor for the above furring accord 

ing to your instruction for $188.00. 

I will furnish material and labor and paint all the steel and 
metal work exposed as per your instructions for the sum of $255.00. 

Yours truly, 

(Signed) James A.McGonigle. 



‘treasury department 



IN REPLYING.QUOTE UPPER INITIAL. 

RIGHT HANO CORNER. 

ENCLOSURE 1300. 


WASHINGTON August 14, 1903. 


The Superintendent of* Construction, 

U. S. Mint (new), 

Denver, Col. 

Sir: 

For your information find herewith copy of office letter of 
this date, addressed to Messrs. S. Faith and Company, contractors 
for mechanical equipment of the building for which you are the 
Superintendent, advising them of some details in relation to 
elevator plant. 

Respectfully, 




ect. 



UGD 


August 14, 190-. 


PORWAPOilKG. 


Messrs* f>. Pnith and Company, 

Philadelphia, Pa. 

Sirs: 

Referring to your contract for mechanical equipment Ox the 
U. S. Mint (new), Denver, Ool. , receipt is acknowledged of your 
letter or the 10th instant, submitting blue prints {in triplicate) 
showing general layout of elevator plant ft r the building. 

The dravingc are returned to you to-day, under separate 
cover, disapproved, as openings into shaft, are shown -cording 
to the original worh (superstructure,, while openings of differ- 

ent dimensions and position* are now unacr contruc- E 

Information should bo ob- 
- lded in the finish of the budding- *"»« 

the openings to bo provided, and draw- 
mined at the building as to the opening 

"" * , „ „„ m 3H00W »• .f *• ■“* 

nvhp two bells xor j-ij- 

I . ther anrt push buttons of plain cast bronze, with 

^ t0 , b wli l be satisfactory. Annunciator cases 0 . 

light copper ftr, . • ontiqu9 fiuls h, and number* as 

0,4-, nak (qx^arter-sav/od), •- 

' Ml " letter, will be accepted. 

■ suggostod in ^ oltr nt t0 a,,) superintendent. 

copy of this letter wiH 

’(Signed) J.K.TAYLOR 

Supervising Arch itoe.* 

L JAW 



IN RE PLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction, 

New Mint Building, 

Denver, Colorado. 

Sir: 

I have to acknowledge the receipt of your letter of the 
10th instant enclosing proposal from Messrs. S. Faith and Com¬ 
pany, contractors for the mechanical equipment of the building 
in your charge, in amount three hundred and fifty-four dollars 

($354.00), for placing certain electrical conduits in said 

$ 

building, and you are advised that the proposal appears to be 
unreasonable; also that the present contract requires openings 
to be cut in both building and retaining walls for conduits 
now under contract, and that this 2" conduit should be run in 
same openiiigs, therefore, the cost of cutting sno^i-d no u 
included in the proposal, in view of which you are directed to 
reject this proposal and obtain a new one in amount more in 
keeping with the actual value of the work to oe performed, and 
forward the same to this office with your definite recommendation 

Respectfully, 

FOB 



Printed Heading. 


Denver, Colo., August 19,1903. 


Hr. Lee Ullery,Supt.Mint Building, 

Denver, Colo. 

Dear Sir:- 

Your letter of August 10,asking for bid for placing seven 
registers in ceiling of attic story received. I will furnish 7 regis¬ 
ters in place as specified in your letter of August 10, for % 133.00. 

Yours truly, 


(Signed) Janes A.McGonigle 



DKHVBR hint (hew) 



Cfo 


•mtCLOSTTRE #708 

y 


treasury department 



IN REPLYING.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


WASHINGTON August 17,1903^ 


Superintendent of Construction 
Hew Mint Building, 

Denver, Colorado. 

Sir? 

Tnere ifi '- nc l°6ed herewith, for your information and the 
files of your office, a copy of Department letter of even 
date accepting the proposal of Mr. Jas. A. MoGonigle, in amount 
$1,095.00, to substitute hard Alberene stone for marble in the 
Assayer's Furnace and Acid Laboratory rooms of the building 
under your charge, all as stated in detail in said letter of 
acceptance, the work to be considered as an addition to his 
contract for the completion of the building. 

You are hereby authorized to certify and issue vouchers 
011 account of the work as required by the terms of the contract 
^d the printed "Instructions to Superintendents," payment of 
"hich vouchers the Disbursing Agent has been authorized to 
r »ke, charged against the appropriation for Mint Building, 
Denver, Colorado. 




jjr (*TEW) 


AU&UBt 17 , 190 ^* 


jlr. T«ne» A. : cOoniela, 

>Te* ?• tint ^ulldinci 

")‘:riv(,r, Colorado. 


lir • 


In accordance with the approx of thin Department , and 
ti riaw of th«< e*aten*nts and recommendation contained in letter 
ftt«d ,Ttm« ^M^/ror ♦>* r\-.peri*tardent of Connirnct<on»and 

1 fAT fm"* tor ^ ^ t 

'ec'.nHcr.d at ion dated A iji*r - -*'»-• »* 

, A- + r >A Tune V* 1 1903. In anount one th° l,an ® 

Un-» , your proponal» dated .m - * » 

-v.ro r 1 01 5 . 00 ) thereby eee ted to «a>- 
m< • - ’ 

. ,. rnw Vint tmildlnr t.t. T>«nT«r, Colorado, 

ond floor o, t... . r. - . ^ *«lnc 

•onvlotlon o. w.. i-«m«di»to por- 

, «tj.,,onor roiiHlrlnc *«o 

roKhon&ble R p d R 1 . mtiMt, 

— - «M -*.-** "* ^ w *„ # . * —• 

It. lB undoratood *•»« n ^ -'' ^ of ^ wnrk ** raquirad V *» 

affoor. t,h* ti«« f " r j(< ^t.tor.t *° ;<nr 

tsn-iH of your ooritroot ther « u ndor ;««* ' r *” U 

and all riehte °f Xtnl ■ ^ , m? , ed Mate* ae:- ,nBt 1h ® 

41oh alno to any aU r f.Uhful fulfill**** of th * 

. „ xe ootod for «** 

aurotloa on tho l’ ,,nd lat tar. 


ontraat. ..w»owl* d fl.uv’ 

Plaaiie proiAi'tiy RftBpeotr » 


r<0-1 pt Of thi» 

fully, 

4d+iu« fleorotory* 


K. 

J.C.P. 

H3* 




rvr T rnn?T> rrcm 



rrr-r mm 


<?/ 


treasury department 

Washington August 10, 1903. 


IN REPLYING,QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


The Superintendent of Construction 


U. s. Mint (Hew) 


Denver, Col. 


Sir: 


Replying to your letter of the 1st instant, referring to 
the probable tine for completion of concrete foundations for 
oil tanks to be put in place north of coal vault in the build¬ 
ing for which you are Superintendent, you are informed that 
the Director of the Mint, under date of the 15th instant, ad¬ 
vises this office that a contract for the tanks in question 
will be entered into in the near future. 


Respectfully, 







™ MINT. 


q 2 _ 


TREASURY DEPARTMENT 


WASHINGTON August 18, 1903. 


IN REPLYINO.QUOTE UPPER INITIAL, 


ENCLOSURE 974. 
FORWARDING. 


The Superintendent of Construction, 
U. S. Mint (new), 

Denver, Colorado. 



Sir: 


For your information find herewith copy of office letter 
of this date, addressed to Messrs. S. Faith and Company, con¬ 
tractors for mechanical equipment of the building for wnich 
you are Superintendent, advising them relative to approval 
certain samples of plumbing hardware, which will be forwarded 
to you to-day, by express, charges prepaid. 


Respectfully, 



LIhT. 

MOW 


August 10, 1303. 


lie cars. S. Faith and Company, 

2427 Pennsylvania Ave., 
p Philadelphia, Pa. 


Sirs: 


P.efcrring to your contract for mechanical equipment of tho 
U. 2. Mint (new), Denver, Col., receipt in aclmovx edged oi your 
letter of the 13th instant, forwarding certain suirpler. of plusab- 
in^ hardware, and you .re adviced that the following ar^ -Pi roved. 
Toilet paper holder; 

Complete stuaclard for w.ter^cJo*ct^par.ltlon r Ur.clud 

nl^h®d J for HOter^olOBCt ..art It lone ra>ot be ftt- 
nissed ior rt V* for uupporting 

e^a^porl^lC'i-b proved for .wortlng 
inal slabs; 


■M V« 


. -rsw water closet partition, 

Angle fastening for water 

*„hinff for water closet partitions; 
One 12* section tubing ior 

Spring; hinge for *xt ^ to 

closures when xi^-t no ai< 0 cifioation; 

quired by paragraph dvt 

Bolt and stop for water closet, uoor. 

wanted for the reasons heroin- 
The following sables aro rejected -o 




after stated: 


DsnvTO, nira a . ^ 

-' 1* _ > 1», 190.-. 


r». 


and Co, Pa L -c 


Hubbor burner 
op^n; as 
prevent t 
work 


f?‘‘ closet door to strike aculnot when 

. l C \," ft" of bu:Lfer is not Ion; enough to 
iit handle or door bolt striking the marble 


;irlto (4) ©uVniited with ample hinge, y.z 
i.eadi. oi' ooltc arc too onallov«r 


the cup nuts ^nd 


Ap : roved sumplee will be sent to the Superintendent of Con- 
struct ion at the buildinj, with copy of this letter. 

Rejected samples will bo returned to .von to-day, under sepa¬ 
rate cover, and you ars requested to submit other aar^les fully 
111 accordance ..ith requirementa. 

Respectfully, 

(Sgned) J.K.TAYLOR 


Supers ct • 





motbr mim {xm) 



•N REPLYIHO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 


q<3 

treasury department 


WASHINGTON 


Aug.18, 1903. 


Superintendent of Construeti 
P-ew Hint Building, 

Denver, Colorado. 



on, 


Sir: 

I Dave to acknowledge the receipt of your letter of the 
12th instant relative to certain electric lights in the build- 

^ y ° Ur ° harSe ’ and y ° U “*ised that it is not considered 
necessary to provide lights on the various platforms of the two 

“ear stairs, as the four light outlets in the corridors have 

oeen so located as to afford sufficient light for stairways. 

In this connection you are directed to obtain from the con- 

tractor a proposal for changing the number of lamps in each of 

the four three-light outlets in well room to two lights each, 

and • ruvlde three one-light bracket outlets in the gas generat¬ 
ing room and one two-light bracket outlet in the blower room, 
connecting same to circuit #4 from tablet C; location of bracket 
to be determined by yourself, and forward, with the proposal, a 
sketch showing proposed location of bracket outlets, also your 
definite recomnendati on relative thereto. 


Respectfully, 



Printed Heading. 



Denver, Colo., August 20,1903, 


Mr .Lee Ullery, 

Supt.Mint Building, Denver, Colorado. 

Dear Sir 

Your letter of August 12th,asking for bid to furnish tie rods 
in steel framing over coal vault,ash room,well room,gas generating and 
blower rooms received. 

I will furnish tie rods in place according to your specifica¬ 
tion of your letter of August 12th f for $>160.00. 

Yours truly, 

fci.Tnflf? l.TRmes A.McGonigle. 



I 




Printed Heading. 





i 


Denver, Colo., August 21st,1903 


Mr .Lee Ullery, 

Supt.of Mint Building, Denver, Colorado. 

Dear Sir:- 

If agreeable to the Supervising Architect,I will substitute 
brick arches In place of constructing as shown on plan for the two open 
lngs In Basement east side without additional expense to the Government 

Yours truly, 

(Signed) James A.McGonigle. 


Established 1858. 
INCORPORATED 1901. 



OU'UIIOH * WtIM, «T. mill. 


roadway Planing Mills^ cfG 


ffll 




•ja 




Lo 


V> cP ' 

if' A"" 


a| ^ and V V ^ Ly 

y *- n c Ri |jL.rr' 

flXTl/HES^I] MSn.DOOK^’ D OND S 




TELEPHONE 

TYLER05 5. 


Cabinet 

Fin,sh ^ 


St. Louis. J ’ •» /^ 3 . 


Hr•Jas.A. 1 ioGonirle. 


Denver, Colo,, 




Dear sir# 

Confirming the writers conversation with Hr.Ullf'ry pleas 
hand him this letter. 

1. As machine shpp and repair room in 2nd floor are practically one rooi. 
ue uucrest to the department that cement wainscot cap he substituted for 
the wood cop marlsed on floor Plan of machine ol-.op so that both rooms will j 

have cement cap. 

3. specification pace calls for all finish far all to be quarter cawed j 

this of course is corroot for the white oal: but if the yollo.. pine for 

. A* will show e^pe grain and not the figure whict 
hacement is quarter sawed it will o.io,. t . 

_ IHZrZ* 

WO 


we presume is not the intention, shall wo send you, pine for doors an 

windowashowing flat drain and not ouaitor oai.t.l. 

. .. o-i-nv/i nr 1 l/4 T let into meeting rail oi a— 

.■5 Plonae furnish detail eho*. - t . / 

3 ash over 4‘-O'" wide. 


Respect fully 


is. A. Oloott Planing l,iil 0 

3l^ned CeA#o« 




P. s. V/e have never reeeived an answer to this letter 


(COPY) 


Mr. Illlerey 

Supt 


Hew 


U. S. Mint 


j 












DENVER MINT (NEW) 



Treasury Department, 

OFFICE OF THE SUPERVISING ARCHITECT 



In replying to this Letter the 
in it 
con 



Washington, August 19, 1903. 


(ENCLOSURE #2587) 
FORWARDING. 


The Superintendent of Construction 


United States Mint Building, 


Denver, Colorado. 


Sir: 


There is enclosed herewith for information and file 
a copy; of Office letter of this date addressed to Mr. 
James A. McGonigle,and,under separate cover,two prints 
of drawing #216,therein mentioned,for certain vault 
stairs to be supplied in connection with the contract 
for the interior finish of the building for which you 
are the Superintendent of Construction. 


Respectfully, 



B. 


* 



DE'TVER ttXHT.KBw. 




(HJRWARDItfG) 


Treasury Department, 

° FFICE 0F THE SUPERVISING architect, 

Washington, XMQUBt 19 , 1903 . 


Mr. Junes A. MoGonigle, 

United States Mint Building, 

Denver,Colorado. 

Sir: 

The Office is in receipt of your letter of the 11th 
instant,transmitting,in quadruplicite,8hop drawing for 
vault stairs to be supplied under your contract for the 
interior finish of the new United States Hint Building 
at Denver,Colorado,and in reply you are advised that said 
drawing has been given Office number 216,and one print 
13 this day returned approved,subject to the specifioa- 
tion requirements regarding fitting,meanureraentc,etc. 

Respectfully, 

(Signed) J. X. TJTLOS. 

Supervising Architect. 


B* 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


treasury department 




WASHINGTON August 19, 1905. 


The superintendent of Construction, 

U. S. Mint (Nev/), 

Denver, Colorado. 

Sir: 

Replying to your letter of the 15th instant, relative to the 
natter of pipe sleeves to be supplied under contract v/ith Messrs, 
S. Faith and Company, for the mechanical equipment of the build¬ 
ing for which you are Superintendent, you are adviced that pipe 
sleeves are required In walls for all pipes under said contract, 
sleeves for drain pipes being sped- led by par-grapb 1 , 
tion 1 (Plumbing, etc*)* 

Respectfully, 







Denver, Colo., August 24,1903. 


Mr.L.UUery, 

Supt.Hew Mint Building, 

Denver, Colorado. 


Dear Sir:- 

I will build the 6” tile partition in attic as per your or 
tiers for the sum of twenty-seven dollars and fifty cents ($27.50!. 


James A.McGonigle. 


Form No. «u. i 
Fa. 7 261W01 3,OuO. , 


DENVER, mint. 

authority for open-market purchase 

UH M*. *. ^ to ,, w 


/ &~o 



Treasury ^Department, 

Ofhce op the SUPERVISING ARCHII 
Washington, D. C., August 20, 1903. 
The Superintendent of Construction, 

Mint Building, 

Denver, Colorado. 

Sir: 

In view of the request and recommendation contained in your 
letter of the 13th instant, and the public exigency requiring the 
immediate delivery of the articles and performance of the work 

you are hereby authorized to incur an expenditure of four dollars 
and fifty cents (§4.50) 

1 ~ o a +0* >• ✓-> ^ •'**' ^ ^ t t t i <o "2 7, ^ c> y r, * i i T'.r* r'C' u ^ r * 

*"• * • v « *.«»«% 4 « » « |» ■—iCw * !■» «« U ’ I’ 1 » M V t v ^ 'v. 

41 

twenty gallons of coal oil for use in temporary 


office, , 


§ 4.50 


% 


four attention is called to printed "Instructions to Superin¬ 
tendents." and you will issue and certify vouchers on account of 

the above la accordance there* i th ,pnymant to be made fr 
propriation for ’'Mint Building,Denver »Coio. 

d Huaudutl uJ ly i • 

sffl-V ^ Chief Executive otTiect 




CABLE ADDRESS 

•burt'akron o.u s a 


W F WARD E N Prcst 6 Gcn'lMcr 
H F MARANVILLE Vice Prest. 
H.J BLACKBURN, SeCySTreas 
C F BEERY Genl Counsel 


w . i r\ c. rr 


The Cross Oil Filter 


the standard 

OF THE WORLD 


/ 0 I 

SUCCESSORS TO 
the cross FILTER CO 
BURT SPECIALTY CO 
OIL FILTER DEPT 
LEVEL FLOW OILER MFG.C< 


Purifier. 


Largest 


AND 


Manufacturers 


of Oil Filters in the World 


Akro n, Ohio, U S A. Au.^Sol,ltO<;>. 


Supt. United States Mint, 

4 

Denver, Colo. 

Osar Stri¬ 
de beg to kindly inquire if you are fully supplied with nil 
filters and exhaust heads. 3y the use of our Cross Oil "Kilter we 
uarantee a saving of at least oO^-o in your lubricating oil oills. 

Our oil filters and exhaust heads are used throughout the 
entire world by the largest corporations, fluring the las': few niorghs re 
nave shipped to our agency at London, England, ax ‘"' ,SL ,ia . 

142 oil filters. 

Awaiting your pleasure, we are. 

Yours truly, 












/ 02 _ 

treasury department 

— Y 

WASHINGTON August 21, 1903. 


IN REPLYING.quote upper initial, 
RIGHTHAND CORNER. 



Replying to your letter of the 17th instant, requesting in¬ 
formation as to the required width between the terra cotta walls 
along the south side of toilet room #6 in attic of the building 
for which you are Superintendent of Construction, you are ad¬ 
vised that as drawing of attic plan, #103, under contract for 
the terra cotta partition referred to, does not give position by 
figures, the partition should be located by scale, which you re¬ 
port has been done. 

Drawings P-78 (showing marble work under mechanical equip¬ 
ment contract) and P-70 do not give width oi stalls fi^iues, 

but indicate them to occupy the available space. 

% 


x °r general arrangement only, and, in acc 
'-ion requirements, the contractors are 
j ions given thereon. The office cannot, 
disapprove the dimensions given in your 


The shop drawings submitted by the coiu 


and, in ac 


contractors were approved 
cordance with specifica- 


ors are responsible for any dimen 
ce cannot, therefore, approve or 
in your letter, and the matter 


ij houla be adjusted between you and ^ie 


and the contractors. 






DENVER, NEW HINT. 



IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


I 0x3 


treasury department 



WASHINGTON August 22, 1903. 


ENCLOSURE 905. 
FORWARDING. 


k 

The Superintendent of Construction, 

* 

U. S. Mint (new), 

Denver, Col. 


Sir: 


For your information find herewith copy of office letter 
of this date, addressed to S. Faith and Company, contractors 
for mechanical equipment of the building for wliicji you are Su¬ 
perintendent of Construction, approving certain shop drawings 
of fans and blowers to be furnished under said contract. 

Set of the approved prints (K-220 to K-224 inclusive) is 
forwarded to you to-day, under separate cover. 

Respectfully, 



Acting Supervising Architect. 




IE SO, im\l MI1-JT. 

HO-D 


AUguet 22, 1902. 


. 


jji’ii ;>« l ? aith and Oovnumy, 

242? Ponmylv alia Avenue, 

Philadelphia, Pl.4 

Sirs: 

R«forri:ig *co yovn contract i’o • :a:c' mic-.1 cqv' 4 . lont ci’ t'ie 

U* -'I'- ( }| eUw " r 

lo.tci* of o' 10 19th inst .r.fc, oubni ttinj, f r a. . rcvnl, shop driv¬ 
ing.: of fans and tlovers to bo ”ir inho « undo * calf? contract. 

’• t<t ■ -i*.m' ’i, i • ' 1 • ' • - r 

heroin indicated: 

v ' Dial: fane, 39" and --:>220; 

Centrifugal oxhnimt **an, SO" 

Centrifugal draft far. 

Cone fur., 24" - - 

^otalia of irdirect heating strei 


— L. *J>U. | 

K n, o o n • 
»* *.#*- <• > 
4 

_JT-225; 

; i c - - K-?°4. 


A uet or the approved printo will be forwarded to you to¬ 
day, under separate cover, and a oimilar sei uSjx J '~ 

Superintendent at the building* 

Re a p c c t ful ly f 

, C.E.KEj.IPER 

(Signed) 

Supervising Architect. 


actg 




DENVER, NEW MINT 


I cm. 



TREASURY DEPARTMENT 


WASHINGTON Aug. 25, 1905 


IN REPLYING. QUOTE UPPER INITIAL. 


Superintendent cf Construction 
U* S* Hint Building, 
Denver, Col. 


Sir 


Referring to your letter of the 19th instant, relative 
to chases for down spout and soil .pipe , in connection with 
the contract of I'essrs. Faith & Company for the mechanical 
equipment of the Hint Building in your charge, you are di¬ 
rected to obtain from them a proposal to cut chase for 4” 


dcv;n spout in east wall of basement toilet room #1 and also, 
to cut chase for 4 W soil pipe in north wall cf same room in 
order to permit said pipes to be run down behind marble wain¬ 
scoting, and forward such proposal to this office with your 
definite recommendation. 


Respectfully 



Acting Supervising Architect 


KCK 




Denver (rieir) Mint. 


!0S~ 



treasury department 


WASHINGTON August 25,1903. 


IN REPLYING.QUOTE UPPER INITIAL, 
RIGHT H AND CORNER 


!Ehe Superintendent of Construction 

jjy 

United States new Mint. 


s new Mint 


Denver, Colorado. 


Sir: 


The receipt of your letter of the 18th instant 
relative to certain interior finish for the building 
of which you are the Superintendent of Construction 
is hereby acknowledged. 

In reply you are informed that the base skirting 


in the strip annealing room will be included in the 
contract for the granolithic floor,and that the base 

skirting in the other rooms referred to will be of 
wood. 


Respectfully, 



Acting Supervising Architect. 






DENVER, COL 


TREASURY DEPARTMEN' 

*r ■ 

WASHINGTON Aug. 25, lyos. 



IN REPLYING. QUOTE UPPER INITIAL, 
RIGHT HAND CORNER. 


Superintendent of Construction 
U.S. Mint Building, 
Denver, Col. 


Sir: 


I have to acknowledge your letter of the 12th instant 
with inclOBure relative to certain plastering of light shafts 
of the building in your charge, and you are advised t2:at this 
matter has been given careful consideration but as there appears 
to be no good reason for making an exception of aiy of the 
light shafts, you will require them to be plastered in accord¬ 
ance with the specification requirements therefoi*. 


Respectfully > 



Acting Supervising Architect* 


KCH 




treasury department 


DHTVER, 1TETJ MINT. 



IN REPLYlNO.QUOTE UPPER INITIAL. 
RIGHT HAND CORNER. 



WASHINGTON August 25, 1903. 


The Superintendent of Construction, 
U. S. Hint (Hew), 

Denver, Col, 


Sir: 


Referring to your letter of the 21st instant, requesting 
an interpretation of paragraphs 141 and 253 of specification 


governing the contract for mechanical equipment of the build¬ 
ing for which you are Superintendent of Construction, you are 
advised that only the expo sed, portions of pipe hangers and 


supports are required to be painted. 


Respectfully, 



Acting Supervising Architect. 





p^lVER KBIT (1TBV) 


I CrS 



TREASURY DEPARTMENT 


WASHINGTON 



Aug.26, 1903 


Superintendent of Construction 
New Mint building, 

Denver, Colorado, 


Sir; 


I have to acknowledge the receipt of your letter of tne 
22d instant relative to a request which has been made to you 
by a sub-contract or of Mr, Janes A# hcGonigle, who nas tne 
contract for the completion of the building in your charge, ana 
you are advised that as all officials of the Government are 
prohibited from dealing, either directly or indirectly v/itn 
sub-contractors,thi 3 matter cannot receive fur tne r consider*, 
tion unless definitely submitted by proposal irom tne contrac 


tor 


He spec tfully, 



Acting Supervising Architect 



1 



REPLYING. QUOTE UPPER INITIAL, 

RIGHT HAND CORNER 

Enclosure No* 134. 


Superintendent of Construction, 
New Mint Buildirg, 

Denver, Colorado. 

Sir:- 


I enclose herewith, for your information and the files 
of your office, copy of letter this day addressed to the con¬ 
tractor for the construction of the building in your charge, 
relative to rejection of pulley submitted by them in connection 
with their said contract, which letter is self-explanatory. 

Respectfully, 



Acting Supervising Architect* 



rfCH 



'S.'ty IvOs* 


r* jwm A* 

nm Hint Buil&fag, 

J>my «r, Colo* 

T h&**> to aokno^Xo4^$ receipt or your letter of th# #l*t 
instant, enclosing h OMfminicutlon fro# the Rickards & Conor*** 
htirdm^r* Oo®£^ny, dated August 2.9, relative to £h# aanpl f of 
Pulley x *Vdch you submit for oj proyol in c rotMtien with your 
oon’raot ;t Qr $i x $ (soustrmticn of the t«wr Hint at P*nv*r, Col*, 
and you are adviood th*fc the |>ull#y io r#J*Ot#u limmeh &e 

it Qontikinn iron roller 2 l /4 ft oa running f&ee> In li*u of 

jU 

b’-aon roll#** fcX/a* on running f* 5 ^* ** r#qv<Srod by the «iaci- 
fie..tion#, y f)U ^yis«fi that u ? a reoeijt of the full 
line ofittnvr^ r^wirmi nder your extract, the 

V>ui>orintonfieut v?i 1 bo 41 rented to continue the issuance of 
voucher#* 

rally* 


Act Inc Super*i s in& Archit **t. 



(NEW) . 


jjjjlKVER , 



, N REPLYING.QUOTE UPPER INIT'AL 

RIGHT HJkHD CORNER 


TREASURY DEPARTMENT 

WASHINGTON Aug» 28 > 



1903. 


Enclosure No. 135. 

Superintendent of Construction, 
New Hint Building, 

Denver, Colorado. 


Sir 

I enclose herewith, for your information and the files 
of your office, copy of letter this day addressed oo 
tractors for the construction of the building in your charge, 
accepting their proposal of the 2 6th instant to furnish boil¬ 
ers of the design and capacity required; these boilers to nave 
flush front Hawley Down Draft Furnaces, without additional 
cost to the Government, all as set forth in said letter of 

acceptance. 

Respectfully, 




'it 


Riin«rvisinE Architect 


flRHVSR, VT-iS (J3W) • 


Aue. 86, XV03 


sfiftr*. B> F^ith & 00 if 

;;4a7-o>j Pennsylvania Aveftua* 

Phi XrA ®Xj»h i&, p&. 

Gent t - 

Ysur iro^os^l of th# ;>4th instant to furbish, in con- 
nootion with your contract for ths £i&©hsnt©sX of 

tho How 'int. at Tmer*r $ Colorado, boilere, furnaces, 
as indie at d on plan# forwarded by you, which h«f# been given 

nunbare !i-:;i7, H-31H wad K-8X8, with *i u » 31 ft ' ont K “" 1 * y :>0WB 
bratt FOTOMM, «*• hundrad «4diUonaX •«»»>*» 

foot of hast ine MrtMM, In Mm of th. «*«*•< *»• * *“*' 
MM r.^ulrad by your extract, without oxj.om .0 to ti» oyom- 

•Mt, u hwW, • ***• r ^ U,rlne tWe *° 

be r*jbd«* 

It io «*.r.*.od «nd o E ro*t mt MM aoco,to„oo I. not 

_ isHon of tho entire worJc o« 

to uffeot the **»* ?or **** eC<>i '' wfthoiA »r«- 

the saw* *« Without pre¬ 
fixed in the original ©orjtrac , thereunder 

- united States < r.ereunoer, 

judlca to &W MM »U rlaht.". cl - ^ , tnt „ 0 

without projudlo. oioe 1:110 ’’ ‘C' 1 - f<klth na 

^luot tho - «" bOWi 

. - t*,* contract, 

fulfllilW)* of tJ t j,j 0 letter. 

acknowledge the receipt 

pie«ose _„_. 


copy 


:; whJob «|U b« forwarri.TU to t!» p,up«rt»t»n,iont 


Rocr>eotfully , 


AeeietHnt Seeretsry* 


/ 



DENVER mint (KEW) • 



treasury department 


WASHINGTON Aug. 29, 1905. 


IN REPLYING. QUOTE UPPER INITIAL 
RIGHT HAND CORNER. 


Superintendent of Construction, 
New Mint Building, 

Denver, Colorado. 



Sir 


I have to acknowledge receipt of your letter of the 21st 
instant, containing a proposal from the contractor of the 
building under your charge for certain arches over openings 
from coal vault to boiler room, and you are directed to reject 
such proposal. There are forwarded herewith, under separate 
cover, three copies of drav/ings No. 225, indicating changes 
in openings between boiler room and coal vaults which are 
necessary in order to place the boilers now under contract. 

Such changes to consist of widening of two openings and 
furnishing new lintels therefor; the lintels to rest on cast 
iron plates not lees than 1 l/2 w thick, evenly bedded in cement 
mortar, eo as to thoroughly equalise the bearing of the beams 
on the wall; cutting and framing into the 15” I lintel four of 
the 15 w bei.ms now in place in roof over coal vault; restoring 
the roof over coal vault, where disturbed, as nearly as possi¬ 
ble to its former condition. 

You are directed to obtain proposal for said changes and 
forward to this office with your definite recommendation. 


Respectfully, 


Aci _ ect. 



KCH 



^ 2 _ 


POSTAL TELEGRAPH-CABLE COMPANY 

'6. D i .. .... 


: <\ 



IN CONNECTION 
WITH 


J o stevf£ A q EN . CE Hl MACKAY| President ' 

- °' STEVENS| Sec’y. WM. H. BAKER, V. P. & G . M. 


THE COMMERCIAL C4BLF COMPANY. 


ALBERT BFr C K A <f E ^ CE H< MACKAY ' President ’ / 

^ - - LBERT BECK ’ S ec y- GEO. 6. WARD. V. P.&Q.M 

JELECRAM / 



1490 .) 


180 CH P 18-Govt 


Supt« New Mint 


SEP 3 . 1903 
Washington,Bu C. 3 


Denver, Colo. 

Leave openings of sufficient size to admit boilers. 

J K Taylor 


Supervising Architect 
234p 














nEff gR,T-TSV MINT 



IIS 



IFCL0ST1BE #679 TREASURY DEPARTMENT 


WASHINGTON August 31,1903 


IN BUYING QUOTE UPPER INITIAL 


RIGHT HAND CORNER. 



Superintendent of Construction, 
Hew Hint Building, 

Denver, Colorado* 


Sir? 


There is inclosed herewith, for your information and the 
files of your office, a copy of Department letter of even 
date, accepting the proposal of ?!r. James A. McGonigle, in 1 ota_ 
amount $443.00 for furring and lathing certain roof rafters and 
for painting exposed rafters, girders, etc. beneath skylight 
of the building under your charge, all as set forth in said 
letter of acceptance. 

You are hereby authorized to certify and issue vouchers 
on account of the work, as required by the terns of the contract 
and the printed "Instructions to Superintendents," payment 
of which vouchers the Disbursing Agent has been authorized to 
make from the appropriation for Mint building, Denver, Colorado. 


4J0 


Respectfully, 



/ 


Acting Supervising Architect. 







■.vr.^,HXJ1T,3l3f. 


August 31,1903. 

- r « -am a A. KcOonl^.n. 

11 • ?. M, -nt T)uUrti^r, 

r )‘)nv«r_ Cnlarado. 

sirt 

In aoeonUn.. with t,w .ppoval o.c thi* tn*nt, yo H r 
proposal, dat.d Aueuat li., 1803, adored to th« Suj*.r.tnt«nd«nt 
o.” Construction of »>« M v, '<mt, In.Udine at ».m»«r, Colorado, 
for * n4 lathinc J ortlon of roof rwrtore for jla.t.r- 

<JV l1ver ooUlnr llfih* m-ao*, in aatd huUdinc, for v- B o-.ct of 
On.; ....nurod and oisfci-.;-# do: lUn ($lo*. 00 ), and for . aJnting 

tn ® ox,)Ohrta raft«r«, vir«tt«rn and Iron worK bnnoath nkyllght for 
»'.-a «? '-WO hiuulrad and flfty-firo dollar* (*8.'T,.oo), in total 
swounl four hu?:3rod ar>d i'nrty-t+r** dollars (^4A'*, 00 ), ** hereby 
the ar'.ou&t b*» int; do ; *wed rer.scr*hle und m /-uhUn tixicwncy 

n 'oUir-.-j^ addition t yn.ar contract eo** the n.wVHon of 

l ' * *rUd b lildii <> 

It i»; tnclerbtoon and. *c r^rd t t.hi* acceptance Is not to 
effect 1 fiMt t-’ j 3© for the o«yy-lot3«a of tv* work ns rn... ired by the 
of contract ; thf*t. the san« to without, prejudice to any 
anu nil ri^itfa •*.? 1 e dnl - d p+u.tee thereiciderj ard without, preju¬ 
dice , to any >v d all righto rf the Hnitod Ptates tgainst the 

•urutleg on the bond executed for the faithful fulfillment of the 
contr a # 


promptly acknowledge receipt of this letter. 
Seepeotfully* 


*04 


n.p. 


Aetlon Secretary, 


% 



ikrepiying.quote upper initial, 

RIGHT HAND CORNER. 

(ENCLOSURE 958) 


11 ^ 

TREASURY DEPARTMENT 

Washington September 5,1903. 


The Superintendent of Construction, 
f L ^ New Mint Building, 

Dehver, Colorado* 


Sir: 


There is enclosed herewith for information and 
guidance a copy of a communication of the 1st instant 
from Mr. James A. McGonigle relative to certain work 
in connection with the interior finish of the build¬ 
ing for which you are the Superintendent of '.construc¬ 
tion,together with a copy of office reply thereto of 
this date -which is self explanatory. 

Respectfully, 




Hay 21 st, 


Hr.Jas.A.VoGonigle. 

Denver* Colo., 

Dear sir. 

I « 

Confirming the writers conversation with Mr.Uliery please 
hand him thia letter. 

Z., Ab machine shpp and repair room in 2nd floor are practically one room 
£ suggest to the department that oement wainscot oap he substituted for 

h'e wood, oap marked on floor plan of machln - ohpp so that both rooms trill 

*-• 

lave cement oap* 

2. specification page calls for all finish fi* US to be quarter sand 
)ihls of oouree is oorreot to* the white oak but if the yellow Pino for 
Abatement is quarter sawed it will show edge grain and not the figure which 
»e presume is not the intention, shall we send you pine for doors and 

I' wlndowsehcwing flat grain and not puarter sawed. 

. s Please furnish detail showing 1 l/d * let into meeting rail of all 

^ah ovey 4‘-0 ’" wide. 

iy . Respectfully, 

Chas. A* Olcott Planing Mill Cc. 
signed C.A.O. 

. 

have never received an answer t-o uh- ^ let^e. 

loopy) 





I ^ 

Jj fr l t ij . / fill A Q-<-e~ r'S-a-t-A&S - 6 4. 'if ' * f 

l p/ . ^ v 







~(Lrz- ifc. ^ 

/ /. Z. ?U ^ ' - 







BJ3T\vr. (n<r.v) T . 



** TO THIS Letter the 

INITIALS IN UPPER RK1HT-MANO 
CONNER HU*T IE REFERRED TO. 


Treasury Department. 

OFFICE OF THE SUPERVISING ARCHITECT, 

Washington, ficpte: ber : ,iror. 



Ur. Janos A. UcOonigl©t 

Unit © 1 States Pew Mint Building* 

Denver♦ Colorado* 

Uic receipt of your comsunication ofSeptetabor 

res-u-d^f certain 

WACSSWfSSS acnow!^. 

won hhould to of wood,the Cap 

second floor plan being in error. 

3 . this paragraph will form the subject of a 

separate co' rumication. 

3 . The detail of raU ° f 

la as shown on full siae detail ,.-151. 

Respectfully* 


suporviriitc Architect. 




jfflVrK KIHT (HEW) 




Lit \q to thin Letter the 
ol* i,, upper right-hand 
c r mutt oe rr/erreti to. 


losure Ho.587, 
»^a) 


/ /<j v 


Treasury Department, 

OFFICE CF THE SUPERVISING ARCHITECT, 
Washington, 


Sep tember 



perinten&ent of Construction, 
ITev; Hint Building, 

Denver, Colorado. 


t 


lr: 


1 enclose Herewith, for your information and the files of 
your office, copy of Department letter of even date, accepting 
the proposal of lor. James A. HcGonigle, as an addition to his 
original contract for the completion of the building in your charge*, 
in amount &27.50, for building 6” tile partition in the attic 
of said building*, and you are hereby authorized to certify and 
issue vouchers on account of said Work, as required by the terns 
of the contract and the printed ’’Instructions to Superintendents”, 
payment of which vouchers the Disbursing Agent has been authoriz¬ 
ed to make from funds remitted him on account of the appropriation 
for Hint Building, Denver, Colorado. 



t' 


DfiUTCR MINT (iriW) 


September 5, 1905. 

Mr, Janes a. MoGonigle, 

ITew Mint Building, 

Denver, Colorado. 

Sir: 

In view of the statement and recommendation contained in 
letter of the 24th ultimo from the Superintendent of Corotnic- 
tion of the new Hint Duufling, i>env«r, cwiwi^, 

1 tated August 34, 1905, addressed to him, in amount *w.nty-..Y.n 
'*dollars and fifty cents ($27.50), as an addition to your original 
[ contract dated August 25, 1902, for the completion of tbs said 
•building, is hereby accepted, to build 0« tile ,*r util ' n in 
Ltd.* as fully set forth in letter dated August 22, 1**, 

V , +v,ft dune r intendent of Construction, tne 
I addressed to you by the Super raoairinF 

amount being deeded reasons and a public -ulr: 

the immediate ^ ^thi. acceptance is not to 

I affect the time for the c<m wit h>ut prejudice to 

terms of your gtat0B hereunder, and without 

any and all rights of the Oni ^ ^ suUl .gainst the 

I p-ejudioe.aiso, to allrig • ^ ^ ith f,a fulfil^ont thereof. 

I sureties on the bond execu e receipt of this latter. 

v ^r»tiy tne r* 

Please prowptiy 

I Respectfully* 

I T. 

I J #C. • 


A oting Secretary. 
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